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EXECUTIVE DEPARTMENT, 
Ison, Fepruauy 9, 1853. 
To the Senate and Assembly : a 
The Report of the Board of Public Works has been printed, and 
is now before you for consideration and reference. 


Inasmuch as the Governor of this State, is invested by law, 
with the general control and supervision of the whole Fox and 
Wisconsin River Improvement, and more or less responsible for its 
management, I have considered it proper, to report the general 
condition of the work and the fund, and present my views upon 
the subject. 


The Report of the first Board in 1848, estimates the quantity of 
land, likely to be sold, embraced in the Government Grant, at 280,- 
000 acres. Various estimates of the quantity, have been made by 
the different Boards; but this amount would seem to be as nearly 
correct as any, and it is supposed, that of this amount, quite a 
quantity will be unsaleable, for a considerable length of time. 

The first estimate of the entire cost of the Improvement, made 
by a Committee of the Assembly, June 26, 1848, based upon the 
Report of Capt. Cram, was $313,929 18. 
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It will be scen that according to these estimates, the fund would 
have been fully sufficient to completo the entire work, and show 
an overplus. 

The whole quantity of land sold, up to Jan. 1, 1858, is 119,727,- 
29 acres, and the sum realized, is $149,658 99. 

The estimated value of the wnsold lands belonging to the Grant, 
made by the present Board, is $232,890 99. 


There has been already expended upon the Improvement, as 
follows : 


1. The proceeds of lands already sold, $149,658 99, less the sum 
of o 03, in the Treasury. ` 
. The present indebtedness to contractors, $158,259 30. 
2m whole amount expended, so far, $800,459 26. 


The present indebtedness, the amount yet required to complete 
the Improvement, and the interest that will accumulate in the mean 
time, are estimated by the present Board, at $502,573 85. 


This amount, added to the proceeds of the lands, already ex- 
pended in money, will make the entire cost of the Improvement, 
as now shown, $644,773 81, more than double the sum of the cost, 
as estimated by the Board in 1848. 


If all the lands in the Grant, can, nou the next year, be sold 
at $1 25 per acre, they will only pay the present indebtedness, and 
the accruing interest'up to January 1, 1854, and leave the small 
balance, of perhaps $25,000 00, to be yet expended upon the 
"work. 


But when it is considered, that a large portion of these lands, 
wil probably not sell tor a long time, on account of their quality 
and location, it may well be doubted, if the entire balance of the 
Grant, can, by the most judicious management, be made to pay - 
the indebtness and the accruing interest upon it at the rate of 12 
per cent. 

The sost of yet completing the Imprôvement, is estimated by 
the Report, at $310,564 55. 
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The cost of the work yet to be done, under contracts made with 
the State, prior to the contract with Morgan L. Martin, and the 
contingerit expenses, are estimated by the Chief Engineer, at $162,- 
429 04. 


By reference to the Reports of the Board of Public Works, the 
above statement showing the present condition of the work and 
the fund, will prove to be correct. 


At the time the Grant was made by Congress for this Improve- 
ment, it was represented and believed, by the friends of the Work, 
in this State and in Congress, upon estimates and surveys which 
had already been made, that the Grant wotld prove to be, more 
than sufficient to complete the entire improvement. 


It was so reported by a Committee of the Legislature at the 

time, the Grant was formally accepted by this State, the first law 
passed by the Legislature, upon this subject, was based upon this 
assumption, and the Reports of the first Board of Publie Works, 
after full and critical estimates, confirmed this opinion. 
— There was, therefore, great propriety in Congress requiring this 
State, to complete the improvement, within twenty years, or suffer 
a forfeiture of the Grant, that was then deemed sufficient by all 
parties, for that purpose. 

Itis now clearly demonstrated, that the grant will prove quite 
ensufticient to complete the improvement, or make this water com- 
munieation of much use, other than the creation of strictly local 
benefits. 


It is now reduced to a positive certainty, thatif the work is ever 
completed, it must be by another grant from Congress, or by ap- 
propriation of the general fund, from the State Treasury. 


My views upon the construction of the act of Congress of Au- 
gust 8, 1846, making the grant, were made known to the last Leg- 
islature, in a message returning the bill, that afterwards, on the 
14th day of April, 1852, became alaw, by a vote of two-thirds 
majority. 
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- 1 still insist, that a proper construction of that act, contemplates, 
that the work shall be done upon cash terms, that the lands shall 
not be sold 2n advance of the necessity for the use of the proceeds, 
and that the work shall not progress in advance of the fund, in 
such way, as to encumber or pledge the proceeds of the sales, to 
pay an accumulating indebtedness. 


If this construction had been strictly adhered to, up to the pres- 
ent time, in the management of the work, there would now be 
no debt, either against the fund, or against the State; and I can- 
not but think, that the work would have been fully as much ad- 
vanced for the benefit ‘of the State. The first general law passed 
upon this subject, August 8, 1848, throughout its various provi- 
sions, recognizes and confirms this construction of the grant. It 
provides that work shall be paid for in gold and silver, to be drawn 
from the Treasury upon the warrants of the Board; and no where 
eontemplates the issuing of warrants, or any other. evidence of 
debt, unless there is at ¿he time, money in the treasury, from the 
sales of land, sufficient to meet them. 


In process of time, it was found that there was no money in the 
Treasury ; the contractors still continued their several works, ob- 
tained from the Chief Engineer their estimates, and applied to the 
Board for warants upon the Treasury ; the warrants were issued, 
and here was the inception of the debt that has now grown to 
sach an alarming magnitude, and threatens to still increase, under 
the present policy, to an indefinite amount. 


The contracts, although requiring ready payment in gold and 
silver, were entirely loose and indefinite, as to the amount of work 
£ba$ could be done under them, and yet fixing a period when they 
should be completed. They were made, subject to alterations of 
plans and estimates, by the Chief Engineer; and these alterations 
and changes in the works, have been made without a reference to 
the amount of money on hand in the Treasusy, and without a ref- 
erence to the ultimate sufficiency of the fund; and hence, the cost 
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of the improvement is now shown to be more than double the first 
estimates. 

These evils, the contractors of course are not responsible for.— 
They entered into their contracts with the State, in good faith, 
with the reasonable expectation that their works would be paid for 
in cash, and as fast as their estimates were presented; but owing 
in my opinion, to a msconstruction of the Grant, and a wrong 
policy, they have been compelled in a great measure, to do their 
work upon credit, at a great loss and inconvenience to themselves, 
and as I think, it will prove, & great loss to the fund, and perhaps 
to the State. 

The law passed April 14, 1859, has in my opinion, only aggra- 
eated the evils, already existing, instead of applying a remedy.— 
Itin effect, legalized the management of the work ‘upon credit, 
without respect to the amount or sufficiency of the fund, and not 


only sanctioned the issuing of warrants and scrip by the Board of 
Public Works, but required the certificates of State Officers, with 
the Seal of the State, and the interposition and agency of the Ex- 
ecutive, in framing, issuing and paying out evidences of debt, 
with every form and appearance of State Stocks, if indeed want- 
ing in substance, 

My objections to that law, will be found in the message return- 
ing said bill without my approval, and above referred to, to which 
T invite your attention. 

After the passage of said law, I addressed the following letter 
to the Secretary of State. 


. “ Executive OFFICE 
Madison, April 22, 1852. 


“Hon. Oganrzs. D. ROBINSON, 
Secretary of State. 

Sir :—Since you left Madison, I have carefully deliberated 
upon my duty, and upon the proper course to be pursued by me 
as the Executive, in carrying out the present laws, in relation to 
the Fox and Wisconsin River Improvement. 
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My opinion, as to the Constitutionality of the law passed by a 
two-thirds vote over my objections, was made known in my veto 
message. Subsequent reflection has not, in any respect changed 
my views as there expressed. 

I have also carefully examined and compared the law ‘above 
mentioned, with the act passed just at the close of the session, 
and approved April 19th, setting apart one sixth of the entire fund 
for the improvement of the Wisconsin River. 


Section 2 of this last act, repeals all acts and parts of acts con- 
travening the provisions of this act. l 

In my opinion, this repealing clause, virtually repeals sections 
4,5, 6, T, and 8 of the first mentioned law. 

: Holding these views, I cannot direct, or advise, the getting up 
or preparation of the “Stock Certificates,” mentioned and de- 
scribed in section 5. Nor can I “sell, or deliver to contractors, 
said * Stock Certificates," when prepared as provided in section 
6. You will understand then, that I shall not direct, advise, or do 
any thing in my official capacity in relation to said “Stock Cer, 
tificates.” . 

Most Respectfully, Your Obt. Servt.” 
LEONARD J. FARWELL. 


Soon after entering upon the discharge of my duties as Executive 
in January, 1852, the Ion. Morgan L. Martin, made application 
to me, to sign an authentication of certain scrip of the Board of 
Public Works, issued to him under his contract with the State, 
made under the law of March 11, 1851. This I refused to do, for 
thereasons: 1. That nolaw required such authentieation. 2. That 
said scrip, was of such form, as to be liable to the objection of its 
importing a State debt, in violation of the Constitution. 3. That 
itpledged the Improvement fund, the whole Improvement, from 
Green Bay to the mouth of the Wisconsin River, and the revenues 
thereof, for its redemption, without reference to the amount of the 
fund, or the rights of prior contractors. 
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Before the last June term of the Supreme Court, rules were en- 
tered by Ilis ILonor Judge 1Lowe, of Green Bay, and served upon 
me, to show cause before the Supreme Court, at the June term 
thereof, why writs of Mandamus should not be issued by said 
Court, to compel me to authenticate said Scrip of Morgan L. 
Martin, and to direct the preparation and payment out, of the 
stock certificates, as required by the law of April 14, 1859. 

I appeared by Counsel, and by answer to said rules, protested 
against the jurisdiction of the Court in the said causes; but ex- 
pressed myself willing and desirous, of being advised by said 
Court, in relation to the subject matter thereof. 

The Supreme Court decided that they had no jurisdiction in the 
causes, and dismissed the application. Butintimated and advised, 
that, * the Governor was not required, to authenticate the Scrip is- 
sued to Morgan L. Martin, under the Act of 1851 ;” but that, 
“they could sce no valid legal objection to the i M of the cer- 
tificates, as provided for by the law of April 14 1852, and paying 


the same to contractors." 

Inasmuch as I had voluntarily solicited the advice of the Court, 
upon this subject, I felt myself under obligation, both in honor, 
and out of respeot for the unanimous opinion of the highest Court 
in the State, to waive my own opinion, and defer my own judg- 
ment to that of the Court. | 

I therefore addressed to the Secretary of State, the following 
letter upon the subject of the Stock Certificates : 


Execctive DEPARTMENT, 
Mapon, July 13, 1852. 
To the How. Cares D. Rozrssox, 
Secretary of State. 


Sm :—The Supreme Court of the State, having at its last term, 
expressed the opinion, “that the Governor is not required to au- 
henticate the Scrip issued to the Relator, (Morgan L. Martin), 
under the Act of 1851;" but see no valid legal objection to the is- 
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suing of the certificates, as provided for in the fifth section of the 
Act, entitled “an Act to provide for the completion of the im- 
provement of the Fox and Wisconsin River, passed on the 14th 
day of April, 1852, nor to the delivery of them in payment to 
contractors, as provided for in the sixth section of said Act.” Now, 
therefore, if you deem it your duty, “to cause stock certificates to 
be prepared,” as required by section five of said Act, in that case, 
I “deem it expedient,” that said stock certificates, be made of the 
denomination of one thousand dollars each, payable at the office of 
the Board of Public Works, in the village of Oshkosh, State of 
Wisconsin, five years from the date thereof. 


I deem it proper, however, in justice to myself; to say that my 
opinions in relation to this law, remain the same as heretofore ex- 
pressed. 

Most Respectfully, 
Your ob't servant, 
LEONARD J. FARWELL. 


Since that time, there have been issued and paid out, stock cer- 
tificates, as stated in the Report of the Secretary of State, to the 
amount of $58,000 up to January 1, 1858. 


Mr. Martin, sometime since, by his agent, made application for. 
stock certificates, to apply upon his contract, and I declined 
paying them upon said contract, for the reasons: 


1. “That said Martin, by the terms of his contract, was entitled , 
io receive only certain Scrip therein described.” 


2. That his contract is made payable after, and subject to, all 
other existing contracts upon the improvement; and all other ex- 
isting contracts have preference of the Martin contract, and must 
first be paid ; and said contracts had not yet been paid. 


3. Mr. Martin's contract was not yet due by its terms, and the 
law does not provide that it shall or may be, now paid; either in 
improvement fund, certificates or money. 
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4. The Supreme Court of the State had decided, that the serip 
described in said contract, and agreed therein to be issued to 
Morgan L. Martin, ought not to be issued. 


The difficulty in carrying out the law of April 14, 1852, (that I 
foresaw, before its final passage, and mentioned in my Message 
returning the bill) so as to secure to the improvement of the Wis- 
consin River, the one-sixth of the entire fund, according to the 12th 
section of said law, and according to a law passed afterwards at 
the last session of the Legislature, has been made apparent in the 
management of the fund the past season. The same law that sets 
apart one-stath of the proceeds of the sales of land, for the Wiscon- 
sin River, devotes and pledges, all of the proceeds of the gales, ex- 
cept one-tenth and another immaterial reservation, for the redemp- 
tion of the stock certificates; so that, if the one-sixth is taken for 
the Wisconsin River, it so far takes from and diminishes the fund 
set apart and pledged for the payment of interest upon, and re- 
demption of the stock certificates. Uponthis subject I directed 
the Register and Receiver of the State land office, by letter, as 
follows : 


rr EXECUTIVE OFFICE, 
Madison, May 3rd, 1852. 
To the Register and receiver of State Land Office, Oshkosh: 

You will please not make any sales of the lands granted to aid 
in the improvement of the Fox and Wisconsin Rivers, except for 
cash ; and when monies are received for lands, you will hold them 
exclusively subject to the order of the Board of Public Works, to 
be applied in the improvement of the navigation of the Wisconsin 
River, under the act approved April 19, 1852, until one-sixth of 
the proceeds of the sales of the granted lands, are thus received. 

Respectfully, Your Ob’t Serv’t, . 
LEONARD J. FARWELL.” 


This is briefly, the history of my connection with the improve- 
ment during the past year. 
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If my action, and the policy that I have indicated on this sub- 
ject, have been wrong, it has resulted not from any hostility or op- 
position to the interests of the improvement or the Contractors, 
but from an earnest endeavor to keep the work and the disposition 
of the fund, within the terms ofthe grant; and to protect the State 
from geueralliability in violation of the Constitution by reason of 
ovcrdrauing upon the trust fund. 

But, whatever has been done so far, whether right or wrong, in 
the management of the fund or improvement, cannot now be chang- 
ed or remedied. 


What has been done wrongly, has, in part, been caused by not 
adhering strictly to-existing laws upon the subject; but more, in 
my opinion, by injudicious and illy advised legislation, based upon 
aperversion of the act making the grant, and of the finance article 
of the Constitution : legi-lation following the hypothesis, that the 
Constitution allowed the creation of a general State debt to com- 
plete this improvement. l 
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. Anl therefore, it has been regarded an immaterial question, as 
to whether the grant was sufficient or not, or what was its probable 
amount, in letting the contracts, and adopting plans for the im- 
provement ¢ 


Although we cannot go back now and change what has already 
been done, yet, situated as the State now is with respect to this im- 
provement, it is a serious and important question, what shall be 
done in future? 


The facts meet us boldly at the present session of the Legisla- 
ture, and demand ¿mmediate attention ; That there is now a large 
debt, due and owing, to Contractors and others, on account of the 
improvement; thata considerable amount of interest is due upon 
it, and that Z/« interest is accumulating at the rate of twelve per 
cent. per annum ; that the entire balance of the trust fund will 
perhaps be no more than sufficient to pay off this debt and interest ; 
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and that if the work is continued until all the contracts are com- 
pleted, a large debt will be created without any other means of 
payment than from the State Treasury. 


I do not think that I under-estimate the fund in making this 
statement, for it will be along time before all the lands will be sold. 
The interest is accumulating in the mean time, and before the full 
debt will be paid by this means, it will have increased, by interest 
alone, to a much larger amount. The truth is, that the availability 
of the fund has always, hitherto, been over-estimated ; and each 
successive Board have been disappointed in the amount of sales, 
and the advancement of the work; while now, we find ourselves 
with the fund exhausted or pledged to the payment of an equiva- 
lent indebtedness, in about the middle of the estimated works. 
The present Board think that in twenty years the revenues of the 
improvement will be sufficient to extinguish the debt, while paying l 
the annual interest,which they estimate at $36,000 per year,and the . 
cost of repairs. From what has already been shown, asthe reven- 
ues of the work, so far, and from any reasonable estimate of what 
it will be when the present contracts are completed, if they more 
than pay the cost of repairs, [shall be greatly disappointed; and I 
cannot but think thatifthe State relies upon this source to pay off 
the ultimate indebtedness, in the course of time, it will be demon- 
strated, that the amount is greatly increased instead of diminished. 
By the law of April 14, 1852, the interest upon the stock certificates 
is payable at the State Treasury, on the Ist day of January in each 
year, upon the warrant of the Governor. 


Warrants have been drawn by me for said interest, upon the 
Treasury, and have been protested for non-payment, because there 
was no money in the Treasury belonging to this fund. 


Many of these stock certificates are held by persons out of this 
State, who have reeeived them in good faith, and with the under- 
standing (whether rightly or wrongly, is immaterial) that the faith 
of the State of Wisconsin was pledged for the payment of this in- 
Wrest, and for the ultimate payment of the principal; and thus 
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our State credit has been made to suffer in the stock markets 
abroad. l 

In disposing of the question, what shall be done? Certain con- 
siderations relating to the rights of the first cash contractors, 
should not be overlooked by the Legislature. 


At the time these contracts were made with the State, the fund 
was supposed to be amply sufficient to meet them; and perhaps 
by its judicious management, it will appear that it was sufficient. 

At all events, have not these contractors a right to insist, that 
when they have performed their contract in every respect, the 
State shall pay them, as she has contracted to do, and that too 
in gold and silver without delay? las not the State, in effect, 
warranted the sufficiency of the fund, out of which these contrac- 
tors are to be paid, by entering into these contracts ? 


Or is it to be argued that the state is excused from the full 
performance of these contracts on her part, because the fund she 
has set apart and devoted to their payment has failed, and failed 
too, through the mismanagement of the officers of the State? 
Again, will the State be excused from performing her written con- 
tracts to pay for work and labor, actually performed, by the plea 
that to pay them from the general fund of the State would be un- 
constitutional ? 


If the Constitution is violated at all in this matter, it was vio- 
lated by the State herself in entering into these contracts, and 
passing laws authorizing them. And it would appear to be avery 
insufficient and pitiful excuse, for a sovereign State, to refuse to 
perform her written contracts with individuals, because forsooth, 
in making such contracts, she violated her own Constitution. I 
mean this to have application to those contracts, which were made 
without any condition or proviso, in relation tothe sufficiency of 
the fund; where the contractors have not agreed to look to the 
trust fund alone for payment, but have contracted generally, to do 
certain work upon the Improvement at a certain price, to be paid 
for in gold and silver. 
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There is a broad distinction between these contracts and these 
made subsequently, that provide that the contractor shall look to 
the trust fund alone for payment, and that too, subject to all pre- 
existing contracts, and claims upon the fund. 


Ieannot view the matter in any other light, than thatthe State 
is bound and pledged, as effectually as slie can, bind and pledge 
herself, to perform inviolably, these first contracts, whether the 
Improvement fund shall finally prove sufficient or not. But as I 
before intimated, I think it will appear that at the time these con- 
tracts were made, the fund was sufficient, and if it is now not suf- - 
ficient, it has been owing entirely to a diversion or mismanage- 
ment of the fund by the State. 


The stock certificates so far, have been delivered only, to those 
first contractors, which they have received as so much payment 
upon their contracts, instead of money, the only payment contraet- 
ed for; and there is, therefore, good reason why the State should 
make these stock certificgtes as near an equivalent for money as 
possible ; and there.is no other way, in which the State can main- 
tain good faith, with this class of contractors. 


I would recommend therefore that means be adopted, to fully 
indemnify this class of contractors. If they are to continue to do 
work upon the Improvement, until their contracts are fully com- * 
pleted, some means should be at once provided for their payment 
in the future. Or perhaps the better course would be, since itis 
ascertained that the Improvement fund will be wholly insufficient, 
to meet their estimates in the future, to provide for making imme- 
diate settlement with them, and for the surrendering of their con- 
tracts to be cancelled. 


It is certainly to be much regretted, that the means are likely 
to be inadequate, to the full completion of this important improve- 
ment; and that it seems almost necessary, to arrest the works, to 
protect the State from a publie debt. ` But while the Constitution 
remains as it does, L see no other way, for the completion of the im- 
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provement, except to obtain another grant from Congress, or sub- 
mit the works to private enterprize. 

Whatever question there may be about this, or that, class of in- 
debtedness on account of this work, being State indebtedness, 
one question, at least, would now seem to be of great importance, 
and that is,— 

Whether, inasmuch as it is now ascertained, that the trust fund 
for that purpose, will not be suflicient, if the State continues the 
prosecution of the work, under the direction and supervision of 
her officers and agents, she does not, thereby become directly 
liable, for the payment for such works. 

The importance of the subject, and the complieated questions 
arising out of its consideration, must be my apology for the length 
ef this communication. t 


With the fullest confidence, that your wisdom will devise the 
proper legislative measures upon this subject, I submit it to your © 
discretion. 

LEONARD J. FARWELL. 


ANNUAL REPORT | 


OF TEE 


BOARD OF PUBLIC WORKS, 


OF THE 


STATE OF WISCONSIN, 


FOR THE YEAR 1853. e 


MADISON: 
DAVID ATWOOD, PRINTER. 


1853. Tou 


REPORT. 


To Leonard J. FARWELL, Governor OF WISCONSIN : 


The Board of Public Works, in discharge of the duty imposed i 
by law, to submit to you a full statement of the condition of the - 
work under their charge and, generally, of all their proceedings, . 
make the following 

REPORT: 


We deem it necessary to set forth some of the most prominent 
features in the history of the improvement from its commence- 
ment to the present time, and to point out the greatest defects in 
the existing law, in order that you may arrive at a correct under- 
standing of its prsesent condition and future prospects, and be able 
to determine the best policy to be adopted for prosecuting to com- 
plet:cn this important work. 


By the terms of the act of congress granting lands to Wisconsin 
for this improvement, the state is entitled to an amount not less 
than three hundred and six thousand and thirty-nine and ninety- 
eight hundredths acres (806,089-98 ;) of this amount two hundred 
and six thousand six hundred and twenty-five and eleven hun- 
dredths (200,625:11,) have been received, and of the remainder, 
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about sixty thousand acres have been selected by.the executive, 
and reserved from sale by the commissioners of the general 
land office, and now awaits the action of congress for their for- 
mal transfer to the state; and thirty-nine thousand four hundred 
and fourteen and eighty-seven hundredths remains yet to be 


selected. 


The sales of land under previous administrations of the Board 
of Public Works, down to Jan. Ist, 1852, amounted to 96,568:07 
acres, from which sales were realized the sum of $120,710 09. 


The total amount of expenditures up to January 2, 1852, was 
$175,018 84, as follows, to wit: 
Portage canal and lock - - - - $46,526 68 
Upper Fox river, including cost of dredge boat - 24,725 54 
Depere - - - - - - 1,850 81 
Rapide Croche - - - - - 21,456 08 
Grand Kaukauna and Little Chute - - - 26,915 88 
Ceders Rapides - - - - - 16,438 25 
Gand Chute - - - - - 9,476 44 
Wisconsin River - - - - - 8,614 23 
All other expenses  - - - - - 24,514 98 
$175,018 84 
Deduct amount received on sales of land $120,710 09 
do. do. for tolls - 70 00 
: — 120,780 09 
Amount of liabilities, January 2, 1852  - - - $54,238 75 . 
Of this amount $28,238 75 was in warrants drawn on treasurer. 
w » 26,000 00 scrip issued to M, L. Martin under his contract. 
The total amount of sales for the year 1852, is 23,159'12 acres l 
from which was realized the sum of - - - $28,948 90 
Amount received for tolls aame year - - - - 271 94 
Total amount of receipts fer the year 1852 - $29,220 84 
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ol EXPENDITURES IN 1852, 
Portage canal warrants,and vouchers - $5,696 -50 

‘Appropriations to Nelson McNeil and Thomas 

Reynolds, which is chargeable to Portage 


canal fund - - - - 17,50 79 
-Depere - = - - - 15 00 
-Rapide Croche - - - - 4,048 04 
Grand Kaukauna and Little Chute - - 47,262 42 
Ceders Rapides — - - y c - 9,559 1T 
Grand Chute - - - - 22,998 '23 
All other expenses, including patent for lock 
gates, and interest paid - - - 15,513 19 
Wisconsin river — - - - - 491 10 
Dredge boat - - - - 2,433 15 
—— -$126,143 55 
Warrants cancelled by treasurer in 1852 - 17,123 00 
Stock certificates — - - - - 5,000 00 
— 22,123 00 
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Total amount of indebtedness, January Ist, 1858, $158,259 30. 
Of this amount $58,000 00 is in stock certificates issued under act of April, 1852. 
4 70,500 00 “ scrip to M. L. Martin under his contract. 
“ * 29,759 30 “ warrants drawn on treasurer. 


Number of acres-of unsold land 186,312"79 acres, valuation of 


eame, at-$1 25 per acre - - - - - $232,890 99 
Cash in the state treasury — - - - - - 4,866 .00 
Ñ H improvement treasury - - - 8,093 08 


Estimated cost of completion of the improvement, including incidental -ex- 
penses, $310,564 55, to wit: 


Wisconsin river (aay) - - - - . $25,000 00 
Upper Fox river, including one lock and dam (say) - $80,000 00 
Grand Chute - - - - - - 64,937 66 
Ceders Rapids — - - - - - 14,197 84 
Grand Kaukauna, Little Chute, Rapide Croche, and Little 

Kaukauna - - - - - - 162,429 05 
Expenses until work is completed - - - - 12,000 00 


Draw bridges on Portage canal - - - - 2,000 00 


b 
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Interest due January 1, 1853, (say) - > - $6,750 00 
Interest at 12 per cent. for the year 1858, on present in- 
debtedness (say) - - - - - 15000 00 


Interest on expenditures of 1853, provided the work on 
the Lower Fox river should be completed in that year, 


is estimated at - - . - - - 12,000 00 
; e 
RXOAPITULATIOX. 
Amount of present indebtedness = - - $158,259 30 
Interest on tho same for the year 1858 - 15,000 00 
Estimated cost of eompletion of the improve- 
meni - - - - - 810,564 55 
Estimated interest on cost of completion, to 
January 1, 1854 - - - - 12,000 00 


Estimated interest due January 1, 1853  - 6,750 00 
— 502,578 05 


Estimated value of unsold land - - 282,890 99 
Amount of cash in improvement treasury — - 8,093 03 
Amount of cash in state treasury ~ - 4,866 00 
—— ————— 240,350 09 


— À— 


Balance to be paid from the revenues of the improvement - $262,228 88 


The amount of money that will be required to meet the pay- 
ments to become due upon the two unfished contracts on work be- 
low Lake Winnebago, at the Grand Chute and Cedar Rapides, ac 
cording to the estimate of the chief engineer, is $79,135 50. 

By the terms of these and other contracts let at the same time, 
“Whenever funds shall be realized from the sale of land granted, 
&c.," and by the provisions of the law under which they were 
made, monthly estimates were to be paid to the contractors, “in 
gold and silver coin," as their work progressed, equal in amount 
to seventy-five per cent. of the value of the work done, and the 
remaining twenty-five per cent. within fifteen days i the work 
shall have been completed. 

By the terms of the contract subsequently entered into between 
the State and Morgan L. Martin, for the completion of the work 
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not then under contract below Lake Winnebago, the funds arising 
from the sale of land granted in aid of said Improvement, are to 
be applied in payment.of such sums as may be due, and to be- 
come due, upon contracts already let, in preference of this con- 
tract: provided, that if any sum of money may be allowed by 
way of damages, it shall be deferred until all sums of money for 
monthly and final estimates under this contract, and the interest 
thereon, shall be fully paid and discharged;" and “that for the 
redemption of the said scrip (authorized to be issued) and the pay- 
ment of the interest to become due thereon, the Improvement of 
the Fox and Wisconsin rivers, and the revenues to be, derived 
therefrom, stand pledged by the state.” 

It will be seen that the fund arising from the sales of land is 
made applieable to, and stands pledged, first, forthe payments due 
and to become due upon these two contracts, and of the outstand- 
ing liabilities, except the sum of seventy thousand and flve hun- 
dred dollars of scrip issued to Morgan L. Martin under his con- 
tract, and the unredeemed portion of the stock certificates issued * 
to Nelson McNeil and Thomas Reynolds under the act of the 
legislature appropriating to them the sum of $17,530 79, in vio- 
lation of the contract with Mr. Martin, amounting to the sum of 
$13,530 79; and second, for the payment of the scrip already is- 

~sued, and for the sums due and to become due to Mr. Martin un- 
der his contract, for which the “Improvement and the revenues 
derived therefrom, stand pledged by the state." 

While the policy in relation to the sales of land and the imme- 
diate disposition of the funds arising from such sales, has been en- 
tirely changed by legislative enactment since these contracts were 
entered into, no provision has been made by law under which the 
Board of Public Works could arrange with the contractors for an 
alteration of the terms of their contracts so as to meet this change 
of policy ; and a demand has been made upon the Board by one 
of the contractors for payment according to the terms of his con- 
tract; he complains that while the fund arising from the sale of 
lands is first pledged for the payment of all the indebtedness 
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which has accrued or may accrue under his contract, a considera- 
ble portion of which he was entitled to receive, has been absorbed 
by stock certificates, whose payment should have been deferred ; 
and that owing to the doubtful character given to these certificates 
in the market, he has been unable to sell for money at near their par 
value, those paid to him as money upon his monthly estimates for 
work done: &c., has consequently been subjected to great and ex- 
pensive delays in the prosecution of his works. 

We think it due to that portion of the state more immediately 
interested in the completion of this important improvement, due 
to those who have entered into contract for its completion, 
and due to the character of the state, that such changes, if pos- 
sible, be made in the existing laws for the management and dig- 
position of the improvément fund, as will accomplish the great 
object for which that fund was created, and keep, with all parties 
concerned, the faith of Wisconsin inviolate. 

By the act of the legislature, published the 17th day of April, 
1852, “the lands granted by congress, and remaining unsold by 
the state, are estimated to be about two hundred thousand acres,” 
and the minimum price at which these lands are to be sold, (except 
those subject to the right of pre-emption,) is established at two 
dollars and fifty cents per acre, thereby making the statute value 
of this fund five hundred thousand dollars, subject perhaps to a de- 
duction of thirty-ve thousand dollars, for land sold at one dollar 
and twenty-five cents per acre under the pre emption proviso: the 
same act also provides that these lands may be sold on-eredit, and 
that all the monies arising from such sales, excepting one tenth, 
and the interest paid on the day of sale, shall be paid into the 
state treasury, and the same, “ except so much thereof as may be 
deemed necessary by the Board of Public Works to complete the 
navigation of the canal and upper Fox river, between the Wiscon- 
sin river and Lake Puckaway, shall be set apart as a separate and 
distinct fund for the purpose of paying interest on, and redeeming 
the stock certificates (authorized to be issued by said act) as the 
same shall become due,” and “the surplus moneys in the treasury 
which may not be required for immediate application to the inte- 
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rest or principal sums due on said certificates,” may be invested 
by the Governor, “the same as school funds may by law be in- 
vested.” These stock certificates, which may be issued to an 
amount not exceetling the sum of two hundred thousand dollars, 
signed by the secretary of state, and countersigned by the “ trans- 
fer agent” of the Governor, entitle the holder or holders to receive 
the amount thereof when due, and an annual interest thereon, of 
twelve per cent.; and for the redemption of which, and the pay- 
ment of interest, the moneys arising from tke sales of land gr anted 
by congress are pledged and appropriated by said act. 

In view of these several provisions of said act, it may well be 
questioned, whether the state does not become liable, and its faith 
in fact pledged to pay the principal and interest on these stock 
certificates, as the same shall become due and payable. If the 
state be not liable, and its faith not pledged for the redemption of 
these stock certificates, it is due to the people of the state, their 
officers and agents, who have any connection with the improye- 
ment, as well as to contractors and others, who may become 
the holders of these certificates, that their character should be 
defined; and in any new issues of stock certificates to contractors 
such preference should be given as the parties may by their con” 
tracts justly be entitled to receive, and that preference should 
appear upon the face of the certificate. 

That portion of the fund arising from the sales of land, which 
has been set apart for the improvement of the Wisconsin and 
upper Fox rivers, ought not to be taken or pledged for the pay- 
ment of stock certificates issued for work done under the existing 
contracts for the improvement of the lower Fox river; aud the 
stock certificates which shall be issued to meet liabilities incurred 
under the first contracts, should pledge to the holder thereof the 
whole fund arising from the sales of land, except that portion 
which was set apart by law for the improvement of other sections 
of the work; and any stock certificates which shall be issued to 
the contractor for the completion of the improvement of the lower 
Fox river, should, according to the terms of his contract, show 
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that the improvement and the revenues to be derived therefrom, 
are pledged for the redemption of such stock, and the payment of 
the interest thereon; and the stock certificates which shall be 
issued to any contractor upon any claim for damages allowed, 
should show upon their face that the payment of the same is to 
be deferred until all sums of money for monthly and final esti- 
mates under the contract to Morgan L. Martin, and the interest 
thereon shall be fully paid and discharged. 

Except the state be liable for the payment of these stock certi- 
ficates (which acknowledged liability would place them above par 
in the market,) that clause in the act of April, 1852, which says 
* preference shall be given to contractors according to the dates 
of their several contracts,” does not afford that rẹ i ` ‘n first 
contractors which it would seem to have been the desig. vi the 
legislature to give, for if any of the certificates of stock should 
be paid to the last contractor before the first contractors are fully 
paid in gold and silver coin, the security which attaches to those 
certificates and to which the first contractors are entitled by the 
terms of their contract, becomes transferred to the subsequent 
contractor, and Mr. Martin may become the holder of the better 
security—the funds arising from the sales of lands—and the first 
contractors forced to take, as their security, the improvement, and 
the revenues to he derived therefrom. 

Should the present law be so changed, as to place these several 
contractors in the same relative position to each other, and to the 
funds from which they are respectively to derive payments, 
that they occupied at the dates of their contracts, and with refe- 
rence to which the terms of their contracts were undoubtedly made 
all parties ought to be satisfied, as no just cause of complaint 
could exist in any quarter. 

The provisions of the present law, in relation to the price and 
disposition of the lands granted, should be so changed as to admit 
of the appraisement and sale of these lands at their survey value, 
It is believed that if this policy should be adopted, and the price 
of these lands graduted and reduced from two dollars and fifty 
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cents per acre to their actual money value, and sold as foxmerly, 
for gold and silver coin, or preferred certificates of stock, they 
would become more rapidly occupied and improved, and meet 
with a more ready sale, and furnish available means at the dis- 
posal of the state, for the prosecution of the improvement to an 
early completion. 

Instead of payments of money received at the state land office 
being made into the state treasury, they should be made directly 
to the contractors upon the warrants of the Board of public works, 
or made applicable to the redemption of stock certificates at the 
will of the holder; this would save to the fund the considerable 
item of expense attending the monthly transmission of moneys 

c.u oae office to the other, and prevent the great accumulation 
of interest upon outstanding liabilities, during the time the moneys 
are performing their journeys. To keep money in the treasury, 
orto loan it out as provided by the act of April, 1852, at seven 
per cent. interest, and at the same time, issue evidences of in- 
debtedness drawing an interest of twelve per cent., to be paid 
out of the very fund from which the money is taken, either to be 
idle in the state treasury, or to be loaned out at an interest of five 
per cent less than is to be paid, is bad policy, and shows a great 
lack of financial ability. 

Any changes in the present policy for the prosecution of the 
improvement and the management of its funds, should regard, 
strictly, the rights of all the parties concerned, by conforming as 
near as may be, to the original terms made between the state and 
contractors, and the engagements between the state through these 
contractors and the purchasers and holders of these stock certifi- 
eates. 

The improvement should be completed the present year, and 
we believe, that with a proper and judicious management of the 
fund at the disposal of the state, applicable to the object, this can 
be accomplished. 

E None doubt the ability or disposition of Mr. Martin, to complete 
his section of the work within the time, under the terms of hig - 
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contract with the state, or at fartherest by the opening of naviga- 
iion in 1854; and it may be regarded as equally certain, that the 
other contractors will complete their works at an carly day, if 
they can receive their monthly instalments in money, according 
to the terms of their contracts, or such securities as the state is 
able to furnish through the fund applicable to the purpose, which 
cannot fail to command in the stock market their par value in 
money. 

The two funds out of which the two classes of liabilities incured 
for the improvement, are to be paid, are, first, the proceeds arising 
from the sales of lands, and second, the revenues to be derived 
from the improvement. 

The lands sold since the passage of the present law, have been 
purchased by “claimants” under the provisions of that law, at 
the price of one dollar and tweuty-five cents per acre, while no 
lands have been applied for to be brought into market at the 
minimum price established by the act of April last, and we can- 
not place a higher value upon the remaining lands, than the aver- 
age one of one dollar and twenty-five cents per acre; we think 
this price can be obtained for these lands within one year from 
the completion of the improvement, which must promote their 
value and rapid sale. 

If the improve nent be completed by the first of January 1854, 
the liabilities of the improvement will at that time, according to 
the estimate submitted before, amount to the sum of $502,573,85; 
of this amount 8240,550,02 will be paid from the proceeds of the 
sales of lands and cash in treasury, and the balance of $262,223,88, 
is to be paid out of the revenues of the improvement. 

Should the lands be sold for money, as anticipated, within the 
next two years, and the proceeds applied as received, towards 
ihe extinguishment of the liabilities, the whole iudebtedness in- 
cluding interost on the first day of January 1855, to be paid out 
of the revenue fund, will amount to, say $300,000,00, the annual 
juterest upon this debt at twelve per cent, would amount to 
$36,000,00. 
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It cannot, in our opinion, be reasonably doubted, that the revé- 
nues of the improvement within the first twenty years after its 
completion, will meet the annually accruing interést, and cost of 
repairs, and create a sinkin fund, sufficient to extinguish at the 
end of that time, the whole indebtedness. 

That this improvement is one of very grate importance to the 
interests of the people of the state, seems to be admitted in all 
quarters, for connections are sought with this thoroughfare, by 
plank roads and railroads, projected and in progress of construe- 
tion from different ports on lake Michigan, from Manitowoc to 
Chicago, to intersect it at different points from the mouth of the 
Wisconsin river to Green Day ; the formation of these various con- 
nections must and will add to the revenues of this improvement by 
assisting to develop the resources of these fertile and extensive 
valleys along its line, whose principle trade is to How through its 
course. 

In our estimate of the cost of the completion of the improve- 
ment, we have not included any sum to mect the contingent lia- 
bility that may arise for completing the work at Menasha. 

If Mr. Iteed, the contractor, should refuse to complete this work 
unless he is to receive some compensation for damages which he 
alledges to have sustained by a violation of his contract on the 
part of the state, or unless the state should remove all obstructions 
to the free flow of water through the opposite channel, which he 
claims ought to be done, the legislature should adopt measures to 
ascertain Whether there has been any violation of this contract by 
either of the parties, and to provide for the protection of the im- 
provement against any unnecessary liability. 

For reasons given in another part of this report, we are fally 
satisfied that it is for the interest of the state not to surrender the 
Menasha channel as a part of the improvement, as there is no pro- 
bability that the opposite channel (could it be made equally 
valuable for the purposes of navigation,) will ever be made navi- 
gable without great expense to the state. - . 

We have not included in our estimates any sum for the expenses 
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oí a Board of Public Works and engineers, &c., after the first ot 
the year 1854, the time we have fixed for the works to be finished 
and the revenues to begin; for the accomplishment of this result 
we believed the state would prosecute the work with the full forte 
of the means at her command. 


Early in April last two of the Board met at Fort Winnebago for 
the purpose of making, if possible, necessary arrangements for 
working the dredge boat on the upper Fox river during the then 
approaching season. That purpose was fiually accomplished, but 
with great difficulty, owing to the fact that no funds were at the 
disposal ofthe Board to meet any part of the liability which they 
proposed to incur on that account ; the men who had worked the 
dredge, as well as those who had js nished supplies the preceding 
year, having been greatly embarrassed by delays in payments for 
labor and supplies, were extremely reluctant to enter into any 
new engagements. 


The work upon the upper Fox river has been under the more 
immediate charge of Mr. Prame; and his report, to which we 
would here refer, will show the amount of work done upon, and 
the present condition of this section of the improvement. We con. 
cur fully in the suggestions of that report, in relation to the im- 
provement of the upper Fox river. 


Important results have already been witnessed from the work 
done by the dredge the past season. The removal of the difficulty | 
which previously existed of running lumber from the Wolf river 
through the upper Fox river into the Wisconsin, by the straighten- 
ing of the upper Fox river below the Portage canal, has been the 
means of inducing the investment of a large amount of capital in 
the lumber business on the Wolf river; and we believe that not 
less than ten million feet of lumber will pass through the Portage 
canal to the St. Louis and other southern markets, during the next 
season of navigation—the toll upon which, at reasonable rates, 
would amount to the sum of two thousand dollars. The effect of 
straightening and deepening the channel by the use of the dredge, 
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has been to redeem the marsh lands through which. the cut has 
been made, and to render them valuable for tillage. 

The early completion of this portion of the Improvement is of 
great importance to the sections of eountry lying in the valley of 
these streams whose business and wealth will be Erenny increased 
and made permanent. 


The right to the use of the surplus water at the lift.lock on the 
Portage Canal, authorized by law, was, on the 4th day of Octo- 
ber last, leased to Joseph Burger, for the term of thirty years, at 
the annual rent of two hundred and seventy-five dollars, payable 
yearly in advance, that being the highest sum bid therefor. 


Contracts for the constructionof the three bridges over the Port- 
age, canal authorized by law, were, on the 4th day of October last, 
entered into, to be completed by the first day of July next; one 
at the cost of about one. thousand dollars, as estimated by the 
chief engineer, and two at a cost to the improvement fund of five 


. hundred dollars each. 


It being made the duty of the Board to commence the work of 
the improvement of the navigation of the Wisconsin river the 
present season, and to prosecute the same until it shall be com- 
pleted; and one-sixth of the avails of the fund arising from the 
sales of land being set apart for that purpose, work was com- 
menced on that section of the improvement as early as the stage 
of the water would permit, after funds were provided; and has 
been prosecuted thus far under the immediate supervision of Mr. 
Richardson, one of the Board. 


As the recommendations of the report of the engineer of 1849, 
could not be well carried out except in the winter season, we re- 
commended the construction of wing dams at one or more points, 
for the ‘purpose of testing their practicability in removing the 
greatest diflieulty in the navigation of that stream, arising from 
the frequent formation of sand bars, and the constant changing of 
the channel. 

The report of Mr. Richardson, to which we would here refer, 
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will show the nature and cost of the work which has been done 
under his direction the past season, and its results. 

If this cheap kind of dam, which we recommended to be 
constructed, should be found not to answer the desired end, and ° 
as the cost of placing piles for the erection of more substantial 
wing dams to confine the water to one channel, would far exceed 
the means at the disposal of the state, we must fall back upon 
the suggestions of the engineer of 1849, and rely upon the re- 
moval of the overhanging trees and the snags from the river, 
which ean be done at the estimated cost of five thousand dollars. 


We are inclined to the opinion that the frequent running of 
boats up and down this river will keep the channel open, and 
make it navigable, as is found to bo the case on some portions of 
the upper Mississippi and Missouri rivers, having a similar cur- 
rent and bottom. When the navigation on the Wolf river is con- 
nected with that of this stream by the completion of the improve- 
ment of the upper Fox river, we have no shadow of doubt the 
trade and business will become suflciently large to keep a daily 
line of steamboats running between the Portage Canal and the 
Mississippi river. This presents another very important conside- 
ration for the completion of the work on the Upper Fox river, 
which it is estimated will cost the sum of thirty thousand dollars, 
as early as possible. 

By the joint resolution of the Legislature, approved April 14, 
1852, the Board were “authorized and instructed to adopt the 
south channel of the outlet of Lake Winnebago, and the works 
thereon constructed, as a part of the publie works of the improve- 
ment; provided, the same shall be done free of cost or charge to 
the state or the improvement fund; and provided, also, that the 
owners or their representatives of said work shall give good and 
satisfactory security that they will erect a guard lock of the same 
width of the main lock, and dredge out the channel below sald 
lock by aid of the steam dredge, which shall be furnished by said 


Commissioners free of charge, and who shall be authorized to 
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stipulate the length of time necessary to do said dredging after the 
dredge shall arrivé there.” 

The Board have taken no action under this resolution, for rea- 
sons which must be regarded as entirely satisfactory. First. The 
dredge boat was in the Portage Canal, where it was taken during 
8 very high stage of water, and to be got down it must necessarily 
cut a channel about three miles to thé point where it stopped 
working in December 1851, and which it has not yet reached. 

Second.. The cost of delivering the dredge and working it at - 
Neenah would be great, while no means are provided to meet the 
expenditure. 

We will here suggest some reasons why, in our opinion, the- 
dredge ought not to be furnished at this point. 

First. It will be required at least one more season on the Up- - 
per Fox river. 

Second. If furnished there it cannot be used for the purpose of 
excavating the hard pan or rock, of which the bottom of the chan- 
nel below the lock is composed, or of removing the boulders from 
the river above and below said lock. . 

Third. The lock is of too slight a structure for the purposes of 
the improvement, while objections exist to its location, as will be 
seen by the report of J. E. Day, the consulting engineer in 1851, as 
also by the report of the present chief engineer, J. Kip Anderson. 
It opens into the channel where it is too shallow for the purposes 
of navigation for some twenty-three hundred feet below, and where 
the current of the river runs rapidly over the falls at an angle of 
about 45° with it, and in order to enter the lock from below, a 
protection work, twenty-three hundred feet in length, of the most 
substantial character, must be constructed, and an excavation 
made the same distance, which cannot be done except by coffer 
daming and other expenses attending work of that nature, and 
perhaps blasting, which would cost, as per engineer's estimate, 
twenty thousand dollars. ' 

Fourth. The channel is indirect, and by it the distance is much 
greater than by the opposite channel, at which the canalis very 
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straight and direct from the dam into Lake Butte-de-morts bolow, 
wire the location of the lock gives six feet water on the mitra 
eill; and from the dam into the lake above, the channel is very 
direct, and decper than the south channel. 


Fifth. The Neenah channel being above the other, and the most 
natural one for the passage of water from Lake Winnebago, to 
build a dam init suficiently high for all purposes of navigation, 
woull raise the water above so as to occasion much damage to the 


lands af many poima upon the lale. 

Sixth. A Dot homa is about to be constructed by government 
on the a rh chanel, and E may bo well to take the benefit of it. 

Me. Lo el H. Jones, ss fhe representative of the work on this 
chona Loredo bent tor the compieion of the work, in the 
sum nr TWe VLOSHRNO ae LEAR. We did not enquire into the re- 
spon biiv of fue sigacys of this bond, as we considered the sum 
ent ME Le too inv 


ered: to the purno: for waleh security is re- 


quired, We consid > that to make gool navigation by this chan- 

nol, ul ip lennify te improvement against all damages that 
miht ere from ifs wloption as a pact of the improvement, good 
and sl. Fent bons ghoabl be £d to he umount at least of one 


hundre l: ln, ur dollars. 


Por puteuaders in raiou to the progress and pre nt condition 
of die works on the lower [os river, we would refer you to the 
report of un chiot ensneer. In making the grant of land for the 
improve of tie Fox and Wi-cousin rivers, it was not the de- 
sign of Congress to have the stai make it a souree of revenue; 
and asitezonot be supposed that it is the intention of the state 
to fale the burinesa to bo done upon the improvement for the sake 
of revenue alone, but merely to keep the work in repair; itis 
believed the legislature wil adopt such measures in relation to it, 
as may relieve hor from the nevessiy of levying tolls to raise s 
fund suficient to pay of the debt inciirred by the improvement 
for its own eompletion,—and we would recommend the memori- 
aliz'ng congress upon the subject of a further grant of lands, of 
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an amount sufficient to complete this work in the most substantial 
and permanent manner. 


The engineer’s report, a copy of which is herewith transmitted, 
contains a statement in detail, of the present condition of all un- 
finished work, together with much useful information, to which 
we would refer you. l 


An appendix is herewith transmitted, containing a copy of all 
the laws concerning the improvement from the date of the grant 
of land, to the present time, which we would recommend the 
legislature to have published with this report. 


The Board have settled with the treasurer, and find his accounts 
correct. The reports of the secretary and treasurer we transmit 
with this report. 

Respectfully submitted, 
PETER H. PRAME, 
WILLIAM RICILARDSOR, 
ANDREW PROUDEST. 


Orrics or tHE Board or Pustic Worxs, 
Osnxosn, January Ist, 1858. 
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STATEMENT OF EXPENDITURES on account of the Fox and 
Wisconsin Rivers Improvement, from the 1st day of January, 1852, ta 


the day of January, 1858. 
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CONTINGENT FUND. 
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To whom issued. 


y 
= 
Ed 
No.of Warrant. 


| 
| 


= la mn 


1852, 
Jan. 3,|495|Caleb Croswell  - 
504!Albert S. Story  - 
1505 do. - 
March 4, |506|("aleb Croswell — - 
507 do. - 
508 do. - 


509/Le Dow & Coolbaugh 
510|Timothy Burns - 


511 do. - 
512 do. - 
513) Benjamin 8, Henning 
514 do. - 
516|Joseph F. Lov  - 
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David M. Loy  - 
518 do. - 
523 ¡James Murdock - 
525, Bouck & Washbourn 

July 19, 703|F. E. Whito — - 


——————RÓ— 


e 


For what purpose. 


aces 


vices as Commissioner 


do, 


we pipa and zinc 


- [Dery ices 


| 
| 
| 
| 


- 


do. 
do. 


Services, office rent, &c. - 


Sundries 
Legal services 
Services 

do. 
Sulary 


- ¡Legal services 
- |Services as collr. at Depere 


~ 


- 


e 


pos 


Amount. 


$108 00 
50 00 
80 00 
92 00 
50 00 
50 00 
14 50 
50 00 
50 00 
50 00 

330 00 


The above are for expenditures in 1851, audited and allowed in 1852. 


May 31,/663/J. H. & A. B. Wright 
668| Benjamin S. Henning 
670 Jedediah Brown - 
671|Rood & Whittemore 
672 James Murdock - 
673 Benjamin S. Henning 
677|James Murdock - 
678 do. - 
679|J. H. & A.B. Wright 
680| Edward Eastman - 
daly 19,[704/J. H. Osborne - 


| 


Office rent 
Salary, &c. 
Services 
Stationery 
Salary 


Paid C. C. Luther 


Sundries 
do. 
Office rent 
Stationery 
Platting 


- 


- 


- 
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STATEMENT OF EXPENDITURES Continued. 


CONTINGENT FUND—Continued. 


A PP (e — 


E 

E 
Date. | = To whom issued. For what purpose. Amount. 

o 

G . 
1852. 

Aug. 4,|727/Rood & Whittemore  - |Stationery - - $12 75 
730|Benjamin S. Heuning - |Services, de. - - 71 00 
731} do. -| do. - - 25 00 
82| .do. a -| do. j S 50 00 
733] do. . -| do. - -| . 100 00 
784| do. - -| do. - | 64 00 
735. Rood & Whittemore — -|Stationery ` - - 55 00 
Sept, 9,/795| Richard F. Wilson - [Collector - - 148 OT 
796|J. Kipp Anderson - ¡Paid Marshall services - 7 8T 
797|Jobn Marshall - - [Services - cds - 29 13 
799|Benjamin S. Henning - |Salary asregister&sundries 167 12 
802|James Murdock -| do. - - 149 00 
804! William Richardson — - |Serviecs - - 349 00 
805| do. - -| do. - - 11 00 
806| do. - ¡Cash paid out - - 148 00 
807|Peter H. Prame - ¡Services - - 11 00 
808| do. - -| do. - - 100 00 
809, do. - -| do. - - 96 00 
810| do. - -| do. - -i 192 00 
811| do. - ¡Cash paid out - - 249 60 
ie Andrew Proudfit - |Sundries - - 125 25 
814| do. - - ¡Services - - 285 00 
Oct. 6, |824] do. ? -| do. : - 36 00 
29, |830!James Murdock - |Sundries - - 13 54 
Wov.10, |837/J. H. & A. B. Wright - ¡Office rent. - - 37 50 
' |888 IJoseph H. Osborne - |Platting - - 12 00 
889|J. H. de A. B. Wright - ¡Office rent - - 87 50 
844|Rood & Whittemore — - {Stationery - - 164 OT 
846!Benjamin S. Henning - {Salary - - 291 19 
Dea 8, |847|Richard F. Wilson - ¡Collector's services - 55 79 
848| do. - -| do. : - 88 8T 
851|James Murdock - ¡Sundries - - 18 84 
852|Hay de Clarke - ¡Wood - - 1 63 
9, |865/D. M. Loy - - ¡Cash - - 5 00 
seo. H. Prame - - |Services - - 268 70 


807| do. - - {Sundries - - 


im 
Dec. 


Mar. 10, 


May 31, 


22 


STATEMENT OF ENPENDITURES— Continued, 
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CONTINGENT FuND—Continued. 


-o meae mm mo qr 


E | 
Lips m To whom issued. | For what purpose. Amount 
o t 
G = ECT E NEN NEN 
9, ace Wini liam Richardson - m" a - | 270 00 
37921. G. MeNeill - - | Tools lost at Kaukauna . 88 00 
873 a Marshall - - ¡Services at Rapide Croche 10 00 
874| do. < - | do. a g. a 10 00 
875| do. - -| do. a = 10 00 
S76} do. - - | do. = - 10 00 
¡877 do. - - | do. $ ~ 11 50 

do. - do. = - 10 00 
ere Proudht e [Services - | 985 00 
889| do. - [Cash and sundries : 136 50 
883 William McNaughton - (Sundries - - 118 75 

PORTAGE CANAL FUND. 

1526' Nelson McNeil Estimate - - 500 06 
ox] do. - -| do. - - 100 00 
598! do Ñ -| do : - | 100 00 
529! do - - | do. - - 100 00 
530] do z -| do. é : 100 00 
15311 do E =| do. i à 100 00 
532) do. - -| do. - - 100 00 
533! do. - - | do. - - 100 00 
584, do. = -| do. - - 100 09 
535! do. - -\ do. - - 100 00 
e do. : -| do. : -| 100 09 
537| do. - - | do. - - 100 00 
588, do. - -| do. - - 100 0 
539. do. s -| do. Ç -| 100 o9 
540| do. E -| do. s -| 100 09 
541) do. x -| do. " P 73 40 
1683; do. - -| do - - 100 02 
684| do. < -| do. - - 100 00 
685| do. 5 -+ do. - - 100 00 
686| do. 5 -| do. E B 100 00 


687| do. n -| do. = S 100 00 
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STATEMENT OF EXPENDITURES-—Continued. 
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PORTAGE CANAL FUND—Continued. E 
Date. | To whom issued, For what purpose. Amount. 
c 
| 
1852. 

May 31, |688| Nelson McNeil - |Estimates - - | 127 98 
690/ Thomas Reynolds -| do. - - 100 00 
697| do. - -| do. - - 100 00 

Aug. 4, |743/ Thomas Christopher — - ¡Services - - 118 50 
744|M. Faggerty  - -| do. - - 27 75 
745¡Patrick Corbett -| do. - - 21 25 
7461A. Kennedy  - -| do. - - 1 96 
747/C. Heunivan  - A do. - - 14 75 
748\James Mallady - -| do. - - 49 00 
749 Daniel Ferguson -| do. - - 5 78 
750) David Ferguson -| do. >- - 38 75 
151| \ndrew Ferguson , -| do. - - 18 65 
7521). Maloney  - -| do. - - 29 60 
1753/M, Smalen — - -| do. - - 3 87 
754; R. Dempsey  - - ¡Board and services - 90 63 
155|L. Cook - - |Services - - 10 50 
756/T. Marshall  - -| do. 4 - 17 15 
757|John Riley - -|. do. - - 4l 50 
758: George W. Norris -| do. - - 44 38 
759|James Meaney - -| do. - - 59 36 
760|Barney Mahon - -| do. - - 12 75 
7614. MeCartey `- -| do. - - 21 50 
162 Thomas Finnegan -| do. e | 2 00 
163| Robert IIunter - - |. do. oe - 93 "5 
764\John Lehand - -| do. - - 16 59 
765 Patrick McKelky -| do. - - | 21 50 
766 James Durie — - -| do. - - 16 91 
767|Michael Roach - -| do. : -| 1118 
768|John Coffe - - | do. : - 12 00 
769/M. Collins - -| do. - - 10 50: 
770|Joseph Murphy - | do. - - 16 88 
771¡Joseph Gamble - e | do. - - 69 30 
112) John Marshall - -| do. - - 6 00 
178|Charles Clark - -| do. - - 1 00 
774\Seth Dibble  - -| do. - - 3 00 
775) William Hansen -| do. - - 075 


94. 


i 
STATEMENT OF EXPENDITURES—Continued. 
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PORTAGE CANAL FUND— Continued. 


pnA"-—-—-—-————————————————————————————— 
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um m tu qu e —— e arra — = —— À— 


£ 
s 
Date | To whom issued. Fer what purpose. Amount, 
3 
l RU MERE EUST C UNE 
1852. | 
Aug. 4, |'"76,Henry Lewis - poros - - 4 25 
777\James Johnson - -| do. p= - 0 75 
Ti 8l Patrick Leahon - -| do. - - 17 00 
1779'Thomas Marshall -| do. z - 20 25 
780;John Ward - -| do. - - 3 75 
181|J. Hettinger - -i do. - - 7 50 
‘7821, Everett - -| do. -~ - 5 75 
783/Thomas Christopher  - | do. E - 21 92 
784|James Meeney - -| do. - - 3 00 
785|N. McNeil - -| do. - - 4 15 
T86 James Collins - -| do. ^. - 3 79 
787|R. Dempsey - - Board, &e. - - 87 69 
te Joseph Burger - - |Services do.  - - 90 51 
790| do. a -| do. - d 32 39 
Sept. 9, [815/Thomas Reynolds - ¡Old warrant cancelled - 782 4T 
'816'A, G. Ruggles - -| do. - jv 288 00 
Dec. 8, 850|/Thomas Reynolds - |Voucher returned - 55 00 
la 858. Patriek Murphy - ¡Services - - 6 00 
860!Daniel Green - -] des e - 7 00 
863) John Fee - - -| do. - - 6 09 
885¡James Ratcliffe - - {Old warrant cancolled - 138 26 
ENGINEER'S FUND. 

"May 22, 654/T. Ten Eycke - - |Services - - 50 00 
655) do. - -| do. - - 50 00 
656, do. - -| do. - - 50 00 
ben do. - -| do. - - 50 00 
658| do. - - do. - - 89 00 
31, [660 Henry Meriton - -| do. - - 40 94 
681|D. M. Loy - -| do. - - 13 58 
689|Frank Hudson - - | do. - - 100 06 
690! do. - - do. - - 100 06 
l691| do. E -| do. E -| 100 00 


lo99| do. z -| do. E " 100 00 
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STATEMENT OF EXPENDITURES—Continued. 


ENGINEER'S FUND—Continued. 


rd 


To whom issued. For what purpose. Amount, 


5 

y 

o 
[No.of Warrant. 


1852 
May 31, |698|Frank Hudson - - [Services - - 149 00 
69413. Kipp a -| do. - - 500 00 
695| do. -| do. - - 250 00 
July 19, |72110. G. Steel - -| do. - - 9 12 
Aug. 4,|1738|T. Ten Eycke - | do. : T 47 338 
Aug. 4, |739|T. Ten Eycke - -| do. - - 96 67 
Sept. 9, /798|J. Kipp Anderson - | do. - - 408 00 
soo Ten Eycke - - | do. - - 62 00 
801!H. Meriton - -| do. - - 12 30 
808/J. Kipp Anderson - | do. - - 100 00 
819'F. Hudson - -| do. - - 287 00 
820| do. -| do. - - 6 00 
Oct. 6, |826/W. L. McKeurio -| do. - - 18 00 
82'7,S. G. Callahan - -| do. - - 102 00 
828 Henry Merrill - - |Boat lost - - 22 20 
Nov. 10, |840!T. Ten Eycke - - |Services - - 183 00 
841|J. Kipp Anderson -| do. - - 300 00 
842|Henry Ilewott - -; do, - 3 00 
845¡Samuel Shawb - - ¡Desk and dim office - 15 50 
Dec, 8,|870 T. Ten Eycke - - |Services - - 90 00 
871,J. Kipp Anderson -i do. - - 150 00 
880/8. G. Callahan - -| do. - - 100 00 
881| do. - -| do. - - 230 00 
GRAND CHUTE FUND. 
May 22, |547|F. P. Talmadge - [Estimate - : 500 00 
548] do. - -| do. - - 500 09 
549; do. - -} do. - - 500 00 
E do. | de - «| 500 00 
5511 do. - -| do. - - 200 00 
= do. - -| do. - -| 100 00 
553| do. - -| do. - - 100 00 
554| do. - -| do. - ^ 100 00 
5551 do. - | do. - - 100 00 
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STATEMENT OF EXPENDITURES—Continued. 
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GRAND CHUTE FUND—-Continued. 
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E | 
L To whom issued. For what purpose. Amount, 
= purp 
PE es qus é 
saul, P. Talmadge ` - ‘Estimate - - 100 06 
557! do. : = ido: : -| 100 00 
558! do. - -| do. - - 100 00 
559 do. E -! do. ~ - 100 00 
1560) do. - -| de. - - 100 00 
1561, do. - - do. - - 100 00 
i502| do. : ade: : -| 100 00 
[563 do, " -| do. - - 100 00 
564] do. - - do. - - 100 00 
565! do. - - do. - - 100 00 
[566] do. 3 sub do. a - | 100 00 
EH do. É i do, s -| 100 00 
lses! do. à -| do. : -į 100 00 
569| do. - -| do. - - 100 00 
570! do. - -| do. - - 100 00 
571; do. 2 -| do. - - 50 00 
5721 do & -| do: - S 50 00 
15731 do. E al) des < $ 50 00 
574! do. E -| do. - à 50 00 
575! do. - Z | do. - - 50 00 
576) do. - -| do. - - 50 00 
577 A - - S - - 50 00 
S E e "S E - 
579) do a = | do. - . 50 00 
i580, do. - -| do , - - 50 * 
581! do. - - | do. - - 50 
5821 do. = - do. : " 50 00 
Er fub T TB 
o o = = O. a 2 
(585; do. T - do. S 50 00 
586| do. : S do. E -| — 50 00 
587| do. - -| do. - " 50 00 
588| do. - -| do. 2 - 50 00 
589| do. - -| do. z a 50 a 
590; do. - - do. - - 50 
591| do. - - | do. - a 25 00 
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_ STATEMENT OF EXPENDITURES-— Continued. 
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G 

”. 

S 
No.of Warrant. 


1852. 
May 22, 


593 
594 
595 
597 
598 


590 


| 


i 


5OQIE. 


To whom issued. 


MM e m mR nr m ANI A rre, rep T rem or tentem 


GRAND CHUTE runp—-Continued. 


A —— s ren = ee € 


U 


LH 


<œ er re e er een M —— errei r n X Gr r rr mm 


For what purpose. 


Amount. 
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STATEMENT OF EXPENDITURES—Continued. 


eee 


er ERT e 


GRAND CHUTH FUND—Continued. 
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n 
Date. |t To whom issued; For what purpose. | Amount 
jx 
E MOI 
I. | 

May 22,|629|F. P. Talmadge, - |Estimate - - 20 00 
630} do. - - do. - - 90 00 
631| du. - - do. - - 20 00 
632| do. - -| do. - - 20 00 
1638] do. s -| do. - - 20 00 
1634 dp - -| do. - - 20 00 
(635) do. do. - -i 20 00 
636] do. : -| do. E -j 20 00 
637] do. a - | do. - - 20 00 
638; do. - - do. - - 20 09 
s39) do. - - do. - - 20 00 
640| do. - - do. - - 20 09 
641] do. - -| do. - - 20 09 
042 do. - -| do. - - 20 00 
643! do - -{ do. - - 20 00 
644| do - -| do. : - 20 06 
3H do. 2 -| do. - - 20 09 
646) do . -| do, - - 20 00 
647, do. - -| do. - - 20 00 
648 do. - - d». - - 20 09 
649] do a - | do. - - 20 00 
650! do. - -{ do - - 20 00 
651| do. - -| do - - 20 00 
652| do. - -| do. - . 20 00 
658; do. - - do. - 12 76 

Sept. 9,1817| do. - - Warrant destroyed by fire 
accidentally - 0 00 

DREDGH BOAT FUND. 

Feb. 27, |502]L. Berry - - [Bill sundries - - 212 15 
50910, M. Kingsbury - |Services - | 27 716 
March 4, ¡515¡H. J. Nazro -~ - |Bill Tron - - 160 78 
519|C. W. Mappie - - | Warehouse cones & Ash 23 65 
520| William Weir - - |Butter - 4 88 
52110. B. Smith - - ¡Goods from ators - 29 
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STATEMENT OF EXPENDITURES—Continued. 


DREDGE BOAT FUND—Continued, 
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E 
E 
Date. T = To whom issued. For what purpose. Amount. 
E 
E PRENNE "CH 
1852. 
March 4, |522/C. M. Kingsbury - |Services - - 68 00 
524|M. R. Keegan - - |Sundries - - 60 33 
May 31, |662'Edwin B. Kelsey - [Transportation - - 2 00 
669|Budlong & Co. - |Castings - - 112 27 
i67 4|Tenton & Sercomb -| do. - - 164 06 
676|Edwin B. Kelsey - |Transportation - - 7 50 
682 Robert Sloan - - |Services - - 9 00 
July 12, |698|Henry J. Nazro - Hardware - - 111 61 
Aug. 4,/729) William Farnsworth - [Butter - - 14 75 
787 Ludington & Co. - |Gouds - - 57 00 : 
740|Nelson McNeil - [Services - - 38 00 
Oct. 6,/821/H.J. Nazro - - [Goods per invoice - 122 40 
822|John Cushing - - [Services - -| 124 22 
22, |831|James Casey  - -| do. - - 21 13 
832|M. R. Keegan - - |Goods from store - 100 00 
833} do. - -1 do, - - | 100 00 
834) do. - - | do, - - 100 00 
pos do. - -| do. - - 100 00 
836} do. - -| do. - - 100 09 
Dec. 8, /849/L. Berry - -| do. - - 445 40 
859 Henry J. Nazro -| do. - - 67 59 
884/0. B. Smith  - -| do. - - | 76 16 
WISCONSIN RIVER FUND.  . 
Feb. 27, 1496|/W. L. De Witt - - Surveying & engineering 52 TT 
101 do. - -| do. . - - 8 50 
498; do, - -| do. - - 17 75 
499| do. - -i do. “ = 32 50 
500| do. - -| do. - - 114 00 
501; do. - -| do. - - 68 48 
Rept. 8, |793| Walter Fahan - ¡Services - - 12 00 
794|David Ferguson -| do. - - 10 50 
9, |812/P. H. Prame - - |Cash advanced - - 53 00 
Dec. 8,|862!William Richardson -| do. - - 121 66 
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STATEMENT OF EXPENDITURES—Continued. 
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INTEREST FUND. 


1 
l 
i 
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H | 
a | 
Date. 1 To whom issued. ¡ For what purpose. 
| ra 
i p | 
MENS EP 4 (—— 
1852. | | | 
Mar, 15, 1542 Morgan L, Martin + ¡Interest - - 
548) do. - -| do. - -| 
544; do, - -| do. - E 
¡545 do. - -| do. = > 
- |540| do. - -| do. - ~ 
July 19, |700! White, Reeley & Arndt -| do. - - 
702| do. - -| do. - ~ 
726; do. - -| do. - - 
Aug. 4, [7 £2) Tolmes € Vandercook -| do. - - 
191 George C. Ames -| do. - - 
Sept. 8, [792 White, Reely & Amdt -] do. À s 
p Thomas W. Palmer -| do. - - 
Oet. 6, i525. D. IL Smith -| do. - - | 
Nov. 10, Veen A, Henning -| do. - , 
Dee. 9, |304] F. D. Talmadge -| do. -— - 
25, James Murdock - |For interest paid on war'ts; 
KAUKAUNA FUND. 
May 31,,059;11. L. Hammond - |Services, &c.  - - 
[661 Arthur Reeley - -|: do. - 
6040. H. West - -| do. - - 
665|R. R. Bateman -| do. - - 
GOGH. Hewett - -| do. "s - 
6671D. P. Mead — - . -| do : : 
675 Georwe W. Kelsor -| do. - E 
July 19, 1705/15. St. Loui? - - ¡Damages - - 
706| do. - -| do. - - 
. TOT] do. - -| do. - - 
708|[Ira W. Hawley -| de. - - 
mo do. - -| do. - - 
710, do. - -| do. - - 
711 George Grignon - | do. - - 
119] do. - - | do. tooo. 


7130, M. Durand -F do. - a 


— — reter a «rren 
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KAPEAUNA FUND—Continued, 
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E 
B 
Date É To whom issued. į For what purpose. Amount. 
; | | 
no ME m fen. "EE | . 
1852. | 
July 19,|714/C. M. Durand, - - [Damages - - 50 00 
ins J.B. Wigman - - | do. eee | 125 00 
710J. Van Neal - -| do. - -i 100 00 
mi A. Greibeer  - -| do ^ - | 65 00 
718 Mary E. Grignon -| do. - E 25 00 
719 Benjamin Dannis -! do. - - 50 00 
720iJulius S. Buck - Services, &e. - - | 4 00 


Statement of Scrip issued to Morgan L. Martin. 
Nos. from 52 to 141 inclusive, M. L. Martin, each $500 on cstimates, $44,500. 


CEDAR RAPIDS FUND. 


July 19, ‘rod White, Resley de Arndt - ¡Old warrants cancelled - | 1,299 31 


761] do. -| do. - - | 4,000 00- 

723) do. - - do. - - | 3,000 00 

724| do. - -| do. - - 444 49 

725, do. - -i do. T - 145 18 

RAPIDE CROCHE FUND. 

July 19, 1722 John Hodgen - - [Services - - ] 48 94 
DEPERE FUND. 

Aug. 4, |728|David M. Loy, - - [Repairing lock gate- — - | 15 09 
PRINTING FUND. 

Aug. 4, |736|McA voy & Crowley — - [Printing blanks - 44 50 
741|James Densmore -| do. - - 28 00 
788:Coolman & Brothers — - |Advertising — - - 7 00 

Oct. s, eoa McAvoy de Crowley — - [Printing blanks -| * 69 50 
829 do. - [Advertising lands - 60 00 

Dec. 8, |857|Delany & Brothers -i do. - - 10 00 


861;W. W. Noyes - -| do. - - 56 00 
869|Geo. Burnside & Co. -| do. - - 
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STATEMENT OF EXPENDITURES—Continued. 
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The following Warrants were issued to Henry McCarty, for a right to use 


his Patent, 


| 
( 
i 
i 


o.of Warrant.i 


—— 


Dec. 8,853 tIenry McCarty 


y 


Bão . do, - - 
Nom 0 - - 


To whom issued. For what purpose, 


E T a o —————À 


- |For right to use his patent 
Nap do. - - | for the suspension of lock 
gates on the Fox & Wis. 
rivers improvement 


——— e—— € < Cee —MMMMM ae MÀ MÀ 9 — — — 0 — MÀ — 


| 


| 


Amount 


—— —á 


400 
400 
400 
400 


16,00 


00 
00 
00 
00 


——— : 


09 


Amount of old Warrents cancelled for which new ones have been issued, 


| Cite, Resloy & Arndt - S x 
po ds - - 
| do. - é 

do. - - 

do, - 

Thomas W. Palmer - |- - 

A, G. Ruggles - -|- 3 

| James Ratelitfe -|- c 


95 1 4 U 
$ 


| 


1299 
4000 
8000 
444 
145 
150 
288 
138 


9465 


Amount of Warrants cancelled and Vouchers issued. 


Helms & Vandercook 
C. B. Smith - -|- - 
L. Berry - -|- 
F. P. Talmadge -|- 
White, Resley & Arndt - | - 
F, P. Talmadge -|- 
M. R. Keegan -|- 
Fitch P. Talmadge -|- 


* 3 e t ; è 


- 


t * U 1 8 t 


732 
390 
43 
1600 
1299 
1060 
382 
3000 


81 
00 
00 
49 
13 
00 
00. 
20 


13 


44 
47 
00 
00 
3} 
00 
77 
09 


— nnn 


7847 


90 
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STATEMENT OF EXPENDITURES—Continued. 
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Vouchers issued to the Governor. 


KAUKAUNA AND LITTLE CHUTE FUND, 


i 
| 


um ere eee a ee ee A RR  — OT — —À — MÀ — n À À——S 


É 
E 
Date. | = To whom issued. On what account. | Amount, 
E 
A um n PA 
1852. 
July 19,| 1 ius L. Mara - [Estimate at Kaukauna -| 5,076 22 
3 d do. at Kauk.&LittleChute 12,573 81 
17,050 08 
GRAND CHUTE FUND. 
July 19,, 83|Fiteh P. Talmadge - |Estimate - -| 3,896 70 
Aug. 4,| 7| do - - -| do. - - | 1,794 27 
Sept. 9, | 26| do. : -| do. a - | 3,188 57 
Oct. 6, | 28] do. - -| do. - -| 1,134 96 
Noy. 10, 20 do. - -| do. - e | 9/715 29: 
Dec. 9, | 341 do. - do. - - 900 00: 
16,629 79» 
PORTAGE CANAL FUND. 
July 24, 4[Nelson McNeil - |For appr'n made by legisl.| 7,500 00 
5iThomas Reynolds -| do. - - | 10,030 79 
Aug. 4 | 11to 21 inclusivo do. -~ {Estimate - - | 2,058 13 
Nov. 10,| 32|Nelson McNeil | | do. 2c -| 499 88 
20,088 80 
CEDERS RAPIDES FUND. 
Aug. 4| Gl White, Besley Arndt - [Estimate - - 786 75 
Sept. 9,! 25] do. -| do. - -| 8,009 55 
Oct. 6,; 27] do. - - | do. , - - + 1,028 27 
Nov.10,, 81] do x -| d 
$i , 0. | - ky 4,733 60 
9,558 17 
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STATEMENT OF EXPENDITURES—Continued. 


— —À Fe ee me me ee ee 


CEDERS 1 RAPIDES FUND—Continued. 


a T K À—— Áo am — —— vrese ~ — 


—— 


E 
E 
Dat». | E To whom issued. | On what account. Amount 
e 
E | E 
1852. m 
Aug. 4,| GlHelmes & Vandercook - ¡Old warrants cancelled - 732 44 
9C. D. Smith - | do. - - 468 08 
E 10;L. Berry - do. - - 445 40 
22M. R. Keegan - do. - - | 1,000 00 
| 23'Fiteh P. Talmadge d do. - -| 1,000 00 
Sept. 8, E 241 White. Resley & ‘Arndt - | do. - -| 1,299 31 
Oct. 6,| 29:F. P. Talmadge do. - -| 1,000 00 
Dee, 9, i 4 do. - |. -| 8,000 00 


g do. 
| 8,945 23 
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REPORT OF PETER H. PRAME, 


To the Board of Public Works for the Improvement of the 


Fox and Wisconsin Rivérs : 


GENTLEMEN : 


In accordance with yonr request, I beg leave to submit the 


following brief state : “the operations of the dredge boat 
for the past season, oor ch the present situation and faci- 
lities for naviget. pp . Fox river: 

On the 18th dav à last, t'e repairs on the dredge boat 
were completed, aud th. : com - «ed operations in the Port- 


age canal repairing the damas «used by the freshet of the Wis- 
consin river, in the mov.) of September, in the previous year. 
The work of excavatin; -  ülling up, where it was found neces- 
sary, was actively prosceuted until the 17th day of May when 
the repairs were completed, and the dredge was locked through 
into Fox river below. 

We then commenced cutting off the bends of the river, and 
straightening its channel, according to the plans submitted by the 
chief engineer, a plat of which showing the natural channel of 


the river, and the course pursued by the dredge boat, is on file in 
the chief engineer’s office. 


From the commencement of the dredge boat in the Fox river, 
on the 17th day of May, it was kept steadily in operation, with 
the exception of eleven days only, on account of breakages in the 
machinery, the necessary consequence of wear, until the 95th 
day of December, making a total number of days worked by the 


- 
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dredge of 197. During that time the amount of cutting performed 
was as follows: 


Land cutting, 1,562,400 square feet, 
River do. 1,959,140 do. 
Canal do. 880,160 do. 


Making a total of 3,895,200 square feet, or 144,266 2-8 cubic 
yards, and at an average of 782 1-3 cubic yards per day. 


The total amount of the dredge boat expenses for the past sea- 
son, including and paid for repairs, is $5,062 74; which would 
make the cost of cutting, a fraction over three cents per cubic 
yard. 


The average of contract prices for excavation, is about 18 cents 
per eubie yard, thus showing the great utility of the dredge boat, 
and a saving to the fund on the above work of $15,134 70. ` 


It is proper for me to state, that the above work has been per- 
formed with a treasury entirely empty, until quite recently, and 
although it is believed, that it has been done as economically as 
the nature of the case admitted, still something more might have 
been saved, had theie been any available means at the disposal 
of the board—embarrassments which itis hoped will not be as 
severe for the coming season. 


There still remains of cutting to be finished, before the work 
is completed to the point where the dredgo stopped work to be 
moved into the canal last season, about 600 feet; which, when 
finished, wil make navigation complete fiom the lock in the 
Portage canal to Buffalo lake. 


From information derived, and the opinion of the chief en- 
gincer, that it was probable, on account of the shallowness of the 
water near the foot of the lake, and some distance below, and the 
known fact that by dredging out below, it must render the surface 
Öf the lake still lower, some improvement of a different character 
than dredging must be made at or near this point, as intimated in 
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the report of the Board of Public Works of the previous year. 
The chief engineer has therefore been ordered to make a thorongh 
and careful survey of the lake and river in that vicinity, with the 
view of ascertaining particularly whether a necessity exists for 
any other improvement than dredging the river, and cutting off 
the short bends. 


I regard the completion of the improvement of the upper Fox 
river, a$ a matter of the utmost importance, not only on account 
of the wants and necessities of those living in the vicinity, 
but in consequence of the trade just springiug up, and it is be- 
lieved soon to become very heavy, between the lumber iriterestg 
of Wolf river, and the markets of Galena, St. Louis, &c. Iam 
creditably informed that from 3,000,000 to 4,000,000 feet of lumber 
will be shipped from the various points on the Fox and Wolf 
rivers this year, to go up the Fox and down the Wisconsin rivers, 
to the markets above referred to. 


Respectfully submitted, 
PETER H. PRAME. 
Oshkosh, January 1st, 1853. 


ACTING COMMISSIONER'S REPORT. 


Zo the Commissioners cf the Board of Public Works for the 
Improvement of the Navigation of the Fow and Wisconsin 


Rivers : 


GENTLEMEN: 


I deem it my duty to make, at this time, a brief statement of 
the plan, progress, &c., of the works of improvement on the Wis- 
consin river, which I have had the honor to direct as acting com- 
missioner on said river. The act of our state legislature of the 8th 
of August, 184%, set apart one-sixth (1-6) of the nett proceeds of 
the lands granted by congress to aid in the improvement of the 
navigation of the Fox and Wisconsin rivers, and to connect the 
samo by a canal (after the construction of the canal) for the im- 
provement of the Wisconsin river, which act T conecive to be yet 
in force. The acts of April 14th and 19th, 1859, provides for the 
game thing, and makes it obligatory on the Board of Public Works 
to commence the improvement of said river the present season, 
and to complete the same as soon. as practicable, upon the plans 
submitted by the chief engineer in his report for the year 1849, or 
in such other manner as best calculated to open a channel through 
ihe several flats on said river. The law making it thus obliga- 
tory on the board to cummence this wok the present season, I 
took the earliest opportunity (after my appointment upon that 
part of the improvement,) to examine the stream, and determine, 
if possible, a practicable mode of improvement. I made an ex- 
.cursion upon the river from tho Portage canal to its mouth, for 
the purpose of ascertaining the cause of the deposlts of sand in 
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particular localities ; believing a thorough knowledge of this cause 
necessary to a successful improvement of said river, by repeated 
observations upon the stream in a low stage of water, I became 
satisfied that the plan submitted in the engineer’s report above re- 
ferred to was the proper plan; and that brush, earth, gravel and 
stone, the proper materials to be used in the construction of the 
dams. 


I am pleased to have it in my power to state in this connection, 
that, at least one of your honorable body, chief engineer, Mr. J. 
Kio Ander + i0 assistant engineer, Mr. S. G. Callaghan, (after 
oC 7 quus, — iu a small row boat from the Portage to the 
mouth of the stream,) fully concurred with me in opinion upon this 
eubject. The lack of funds applicable to this work, I deem a sufficient 
apology for not commencing earlier in the season. Thad the work 
. menced within two days after the first advertisement of lands, 
from the sales of which we were entitled to moneys to pay on said 
works. The character of the work is such, that I deemed it im- 
practicable to let the same by contract ; consequently I selected 
good efficient men as superintendents, and hired men by the day 
to do the work. I commenced at the Portage canal, and have pro- 
ceeded down the river, as per act of the legislature of August 8th, 
1848. I have had seven (7) dams erected, and two now in course 
of erection. The aggregate length in lineal feet of the nine (9) 
dams is 4,205, and constructed at a cost of about $11,000. In put- 
ting a dam across a branch of the river, where a connection could 
be made to an island, I have generally located the dam some dis- 
tance from the head of the island, for the following reasons : First, 
the dam thus located, is not subject to a raking effect of the cur- 
rent, as would be the case if the location was at the head of the 
island. Second, a large recess is formed for the accumulation of 
sand above the dam, which will add great strength todt. Lastly, 
the fall below the dam to the foot of the island being but little, 
the water below the dam—during a rise in the river—will keep 
very nearly upon a level with that above; consequently, when the 
water flows over the dam, there will be no danger of an under- 
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mining process. I have had the dams given good width of base, 
and raised them but little above low water mark, believing it ur- 
necessary to obstruct the free flow of the water when high. The 
opinion indulged in by many, that wing-dams should angle down 
stream, I conceive to be erroneous. Ifthe dam is not at right 
angle with the stream, it should (in my opinion) angle np instead 
of down stream. If angling down, the current will rake it, and 
naturally tend to fill the channel below the dam with sand. But 
if angling up stream, both of these effects will undoubtedly be 
avoided. There has been expended under previous administra- 
tions of the Board of Public Works, in surveys, chopping timber, 
&oc., upon this river, the sum of 83,872 73-100. The contingent 
expenses properly ehargable to this part of the improvement, say 
$1,500. Making the aggregate amount of expenditures, or liabi- 
lity incurred for the improvement of this stream, up to the timè 
of finishing the two dams above mentioned, $16,872 78-100. 
Several of the dams are under water ; and, from a careful obser- 
vation, I ain satisfied that the current will produce no injurious 
effect upon them. I? these dams produce the desired effect, (which 
I have no doubt of,) I think it is safe to assume, that unobstructed 
navigation from the mouth of the river to Portage city, for steam- 
ers drawing two feet of water, can be effected for a sum not ex- 
ceeding $25,000 ; which added to the present liabilities, will make 
the sum total for this part of the improvement $11,879 Yu- -100, 
which is certainly a less sum than the law sets apart for the same. 
I have employed a small force in clearing over-hanging timber 
from the channel. A statement of their progress, the expendi- 
tures on this part of the improvement in detail, the materials, im~ 
plements, &c., applicable to operations next season, &c., I will 
present you at an early day after the completion of the tet un- 


finished dams. 
Respectfully submitted. 


WILLIAM RICHARDSON, 
Acting Commissioner for the improvement 


of the Wisconsin River. 
Oshkosh, Jan. let, 1858. 
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REGISTERS REPORT. 


STATE LAND OFFICE, 
Osuxosg, January 1, 1858. 


To the Board of Public Works of the State of Wisconsin: 


GENTLEMEN :—At the time of making my last report, there re 
mained unsold, of the first selections of land, 30,939:91 acres, 
which were subject to entry. From January 1, to October 4, at 
which time the selections on the north side of Fox river were re- 
ecived—there was 1711°41 acres sold. The selection returned 
here October 4th, comprised 73,825:83 acres, of which 21,047:07 
acres liave been sold up to this time, leaving a balance of 52,777°76 
acres on hand. The amount of the old selections sold during the 
whole year is 2,112:05 acres, leaving a balance of old lands of 
34,120°16 acres, which, added to the amount remaining from the 
last selection, makes 86,897:92 acres belonging to the improve- 
ment and subject to entry. 

- he amount received for lands during the past year is $28,948 
9. No lands were sold fur more than $1 25 peracre. Warrants 
have been drawn on the treasurer of the state land office for 
$40,848 31, and vouchers have been issued to the Governor in 
favor of contractors amounting to $872,872 02. 


Very respectfully, &c. 
BENJAMIN S. HENNING, 


Register of State Land Office, and Secretary 
of Board of Public Works. 
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TREASURERS REPORT, 


TREASURER’s Uron, January 1st, 1858. 


To the Board of Public Works for the Improvement of the Fow 
and Wisconsin Rivers: : 

GENTLEMEN :—In conformity with a resolution heretofore passed 
by the Doard of Publie Works, requiring the treasurer to make 
annually a full statement of the whole amount of money received 
by him during the past year, and the manner in which the same 
has been expended : I therefore, in pursuance with the spirit of 
the above mentioned resolution, submit to you the following 
report: 


There was cash on hand as per my last annual re- 


port, January Ist, 1852 - - - - $1,235 29 
Received tor lands sold from that time to date - 28,948 90 
Received for tolls  - - - - - 241 94 


$30,456 13 


ad 


Paid out on warrants - - $17,198 00 
Interest on same - - - 874 10 
Paid state treasurer. - - - 4,866 00 
Paid stock certificates - - 5,000 00 
Balance of cash on hand - - 8,098 08 


—---——. $30,456 18 


rere reer € ù 


Very respectfully, &c. 
JAMES MURDOCK, 
Treasurer Board of Public Works. 


CHIEF ENGINEERS REPORT. 


we 
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To the Commissuners of the Board of Public Works, for the 
Improvement of the Foo and Wisconsin [vers : 


GENTLEMEN : 

In presenting you with a statement of the progress of the vari- 
ous parts of the Improvement since the last report, I wish atthe 
same time to show, as nearly as may be, in detail, the work that 
has been already performed, and also to give a close estimate of 
what yet remains, in order to complete the improvement in accor- 
dance with the present plans. 


From the large number of notes that have been taken on the 
lower Fox, I will be enabled to make these latter estimates, with 
agreat degree of accuracy; it must not, however, be expected, 
that the final estimates upon the completion of the work, will agree 
in every particular with those now given. In cases where there is 
deep excavation, itis of course impossible to determine before 
hand the precise amount of each kind of material, whether it be 
common earth, cemented earth or rock. The total amount, how- 
ever of excavation and embankment, can in all cases be readily ' 
calculated. R 


The work first placed under contract was the Portage Canal, 
between the Fox and Wisconsin, and the two locks connecting the 
canal with those rivers. The following is a statement in detail of 
the expenditures at this place: 


a. 


Lock No. 1 and protection above, 
Nxxson McNzar, Contractor. 
Dollars, cent, 

16154 cubic yards excavation, 2584. 64. 
9048 “ “embankment, 2081 04 
385 “ “ rock filling, 481 25 
378 N *  puddling, 185 22 
18006 '* ft. pine timber, 2340 78 
11613 “  " ok, 4 2206 4T 
$3640 ft. Bd. Meas. Pine. 1170 96 
28588 “ “ n Oak, 600 35 
4056 Ibs. Wrought iron,  — ` 486 12 
2900 lbs. cast  “* 261 00 
975  " spikes and nails, 78 00 
4 Snubbing posts, 18 00 
Grubbing and clearing, 45 00 
Painting lock gates, : 10 00 
Inserting valve gates, 40 00 
Coffer dam, pumping and bailing, 1450 00 
Total amount, . 14089 43 


Protection work on Wisconsin, 


Nexson MoNzAL. 


Dollars. cents 


1648 Cubic yards rock filling, 1590 54 
2664 feet timber, 298 04 
10538 feet timber, 526 90 
1105 ties, 309 40 
Total amount, 2719 88 
Lock No. 9. 
Nemon MóNzar, Contractor. 
Dollars ceni 

14272 Cubic yards excavation, 2140 80 
5224 “ * embankment, 992 56 
640 "  " puddling, . 275 20 
19984 Cubie feet pine timber, 2691 09 


2886 “u ok 4 553 09 
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58330 feet Bd. Meas. pine, 816 62 
27400 " “  " oak, j 575 40 
3256 lbs wrought iron, ; 890 72 
2900 “ cast M 232 00 
1075 “ spikes and nails, 86 00 
6 snubbing posts, 18 00 
Painting lock gates. 10 00 
inserting valve gates, 40 00 
Grubbing and clearing, : 80 00 
Coffer dam, pumping and bailing, 1449 00 

Total amount, 10300 41 


Section No.1, Portage Canal, 


Tuomas Reynotps, Contractor. 


, Dollars, cents, 

79732 Cubic yards excavation, 7873 54 
6160 Cubic feet oak timber, 739 20 
8813 “  ' pine “ 1057 56 
'1040 ft. Bd. Meas. oak, 98 56 
242720 ft. Bd, Meas. pine, 2912 64 
380 lbs. spikes and nails, 47 50. 
Grubbing and clearing, i 20 00 
Coffer dam, pumping and bailing, ; 40 00 

Total amount, 12799 00 


Section No. 2 Portage Canal, 
Tromas ReynoLDs, Contractor. 
Dollars, centa, 


Grubbing and clearing 10 00 

73508 Cubic yards excavation, 6615 72 

13631 “ * — embankment, 1499 41 

Coffer dam, pumping and bailing 50 00 

Total amount, 8175 13 
Draw Bridge, No. 1, 


Tuomas REvyNorps Contractor. 


Dollars, cents, 


860 Cubic yards embankment, Au : 48 20 
18  ** ^" stone filling, 28 22 
801 Cubic ft. oak timber, ; 852 04 


125 “ “pne “ 159 60 


7246 ft. Bd, Hoas. pine, 
1474 lbs. wrought iron, 
8200 “ cast s 
100  '' spikes and nails, 
Painting and sanding, 


Total amount, 


Draw Bridge No.2, 


189 48 
176 88 
820 00 
10 00 
80 09 


1245 27 


Nerson McNrar, Contractor. 


18 Cubic yards stone filling, 
208 “  " embankment, 
680 Cubic ft. oak timber, 
"70 [I t pine te 

6036 Tect Bd. Meas. pine, 
1630 lbs. wrought iron, 
$200 “ cast da 

250 “ spikas, 

Painting and sanding, 


Total amount, 


Dollars, cents, 


45 00 
81 20 
210 80 
192 50 
96 58 
, 211 90 
384. 00 
32 50 
40 00 


1244 48 


The following statement shows the amount that has been already 


expended at this point: 


Lock No. 1 and work above it. 
Lock No. 2, 
Sections Nos. 1 and 2 of canal, 
Draw bridges, 
Docking on the Wisconsin River, 
Amount expended during past season in protecting guard lock, 
Valve gates for two locks, 
Damages allowed to Thomas Reynolds, 

s “ Nelson McNeal, 


Total amount, 


Dollars, cents, 
14089 48 
10300 41 
20794 13 

2489 75 
2719 88 
970 06 
909 53 
10030 79 
7500 00 


69753 97 


A. contract has also been entered into with Mr. C. $. JTawley 
for the construction of three float bridges across the canal, the 
cost of which after deducting the amount to be paid by the"citi- 


zeus of Portage City, will be $2000. 


«T 


Thefollowing sums have been expended in the improvement of 
the upper Fox, between the Portage canal and Lake Winnebago, 


Dollars, cents 


Original cost of steam dredge, 12000 00 
Expense of running the same and pay of hands from Oct. 8d 1849 to Jan. 

15, 1850, 1580 90 

Expenses from Jan. 15, 1850 to Dec. 80, 1850, 4728 97 

sa " Dec. 80, 1850 to Jan. 2, 1852, : 4498 58 

“ " Jan. 2, 1852 to Jan. 1, 1853, 4876 16 

Total amount, 27185 15 


It is difficult to calculate with any great degree of accuracy the 
amount necessary to complete this part of the improvement, But 
it will be safe to assume, that the services of the dredge will 
be required for at least two more seasons, it — ' 1:0 of which 
will not be loss than $10,000. 

The dredge has been of great serv’. 


U 


« rb season. 


It has been found as was expected that tu... ^ ens bo work- 
ed to much greater advantage down straw inst tha cur- 
rent. 


The construction of a lock and dam at the prover point, would 
greatly benefit the navigation of the upper p2.5 . his stream; it 
may not however prove absolutely essential, The cost of this 
work should not be estimated atless than $20,000, though of 
course it would be materially affected by the location. With re- 
gard to the improvement of the outlet of Lake Winnebago, I have 
but to repeat the observations made in former reports. Numerouse x- 
aminations have been made of each of the two channels, and from 
them it is evident that the best location for the improvement is on 
the Menasha or Northern channel. The canal at this point has 
been partly excavated, and as the lock is now located, a boat 
wedd pass from it, at once into slack water of sufficient depth, 
which would not be the case if the Necnah or Southern channel 
were adopted. If the present contractor at Menasha does not 
complete the work, the cost tothe improvement of finishing the 
canal, enlarging it to 100 feet in width, and of building a compos- 
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ite lock, is estimated at $16734,40. By employing a sufficient 
force the whole of this work could be finished before the opening 
of navigation in 1854. 

The work at the Grand Chute has been carried on vigorously du- 
ring the past season. As will be seen from the annexed state- 
menis, the excavation is nearly completed, and nothing remains 
to be done but the construction of the locks and dam ; and as the 
materials will all be on the ground by Spring, the whole work can 
be completed during the coming year. The heavy crib work 
connecting the dam with the first lock is nearly finished, and two 
of the lock pits prepared to receive the walls. The contractors 
are engaged this winter in delivering the stone for the locks at the' 
proper places. l ; 


The cost of this part of the improvement will be as follows: 


Dollars, cents,- 

44330 Cubic yards excavation, common earth, 5762 90 
1500 " 2 cemented “ 675 00 
243 2 e st rock, ` 194 40 
21078 =“ 2 embankment, 2318 58 
950 T “ puddling, A ` 285 00 
8326 N id protection wall, 12489 00 
7152 " A dry walls in locks, 17880 00 
1986 d M hydraulic masonry, 9930 00 
21070 Cubic ft. oak timber, 6321 00 
92510 “ “ pine “ 12951 40 
5700 Feet Bd, Meas. oak; 91 20 
370600 ^ © pine, 5188 40 
43510 pounds wrought iron, i 5438 75 
53270  “ cast is 5859 70 
12000 * spikes and nails, . 1440 00 
Snubbing posts, 72 00 
Grubbing and clearing, 200 00 
Coffer dams, pumping and bailing, 1600 00 
Painting lock gates, 80 00 
1300 Lineal feet of dam, 8630 00 

Total amount, 97407 33 


It will be seen that the cost of the work at this place and at the 
Cedar’s much exceeds the original estimates. There are several 
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reasons for this discrepancy; the amounts of the different kinds. 
of work and of materials upon which the original calculations 
were based, fall far short of the actual quantities. The substitu- 
tion of composite locks of the enlarged sizein place of timber- 
locks with walls filled with clay, of course makes a great increase 
in the cost, but at the same time insures the permanency and du- 
rability of the work. A few years use will doubtless prove that 
the present inereased expenditures is in fact a saving to the im- 
provement fund. 

The following is a statement of the amount already estimated at 
the Grand Chute. 


a 


E 


Dollars, cenik 
37540 Cubic yards excavatio,n common earth, 4880 20 
1365 “ M x: cemented “ 614 25 
243 ^s ks M rock, 194 46 
16974 “ © embankment, 1867 14 
317 = t  pudling, 95 10 
8126 “ " protection wall, : 12189 06 
18311 Cubic ft. oak timber delivered, and in work, 3386 70- 
70926 “a « pine í 4 ti = at 9276 84 
125000 Feet Bd. Meas, pine » “u » 1549 13 
1000 S M “ oak e “ e 10 12 
22967 pounáls wrought iron s "s S 2319 96 
53269 “ cast s ^ 2995 18 
3600 “spikes and nails * ia s" s 336 00. 
Grubbing and clearing, 150 06 
Coffer dam, pumping and bailing, 700 08 
17290 Lineal feet dam timber delivered, 1729 00 
Total amount for work done, 43292 89 
Deduct 25 per cent, 10823 22 
Total amount of payments made, 32469 6F 
97401 33 
64937 66 


Amount necessary to complete the work, 
The work at the Cedar’s Rapids is not yet completed, but as lit- 
tle remains to be done it can be easily finished during the ensuing . 
summer. The contractors have suspended operations, as their 
work is of such a character that it cannot be performed in the 
winter, They have labored under considerable disadvantage al- 


T 
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most from the commencement of their contract, from the fact of 
their dam having been built before the other parts of the work 
were completed. Those portions that are now finished, have been 
carefully and faithfully built and are of the most permanent and 
durable character. The amount of excavation of rock and of ex- 
cavated earth so much exceeds the original estimates, that the 
work will prove much more expensive than was at first anticipated 

The following statement shows the cost of the improvement at 


this point. 


3920 Cubic yards excavation, common earth, 
11634 “ H " cemented *' 
"944 “t s s rock, 

14118 “ * embankment, 

890 s “ puddling, 


4077 “ “ protection wall, 
1820 “ & dry wall in lock, 
465 do * hydraulic masonry, 


6634 Cubic feet oak timber, 
27000 Feet Bd. Meas. pine, 
15670 pounds wrought iron, 
9012 " — cast s 

2700 u — gpikes and nails, 
Grubbing and olearing, 

Coffer dam, pumping and bailing, 
Painting lock gates, 

965 Lineal feet spar dam, 


Total amount, 


Dollars, cente, 


470 40 
7212 08 
7199 60 
1835 44 

333 76 
5096 25 
2730 08 
2325 08 
1826 80 

378 06 
2050 50 
1081 44 

337 $0 

50 00 
500 06 
80 00 
7237 60 


40104 24 


The following amount of work has been performed at this place 


for which warrants have been issued. 


3920 Cubic yards excavation common earth, 
11634 " N d cemented “ 

7466 € s i rock, 

14118 “ «embankment, 

890 vx *  puddling, 

4pm Y * protection wall, 

465 2 “hydraulic masonry, 

6634 Cubic feet oak timber delivered, and in work, 
27000 Feet Bd. Meas. pine, u V y 
15369 Pounds wrought iron, “ SS 
2700 * — gpikes and nails, 


470 44 
7212 08 
6719 40 
1885 34 

333 "T€ 
5096 26 
2825 04 

836 80 

296 0f 
1580 10 

270 00 


Dollars, cents. 


Grabbing and clearing, 50 00 
Goffer dam, pumping and bailing, . 400 00 
965 Lineal feet of spar dam, 7287 50 
, Total amount for work done, 94608 22 
Deduct 25 per cent. 8665 80 
Total amount of payments, 25997 42 
40194 26 

Amount neecssary to complete the work, 14197 84 


The work at the Little Chute (embraced. under the contract of 
Morgan L. Martin) has progressed rapidly during the past season. 
The character of the ground on which the line is located is such 
that the amount of excavation and embankment are necessarily 
much greater than at any place; but from present appearances, 
we may confidently expect that the work at this place and at the 
Kaukauna, will be entirely finished in a year from this time. 

The following statements show the cost of the Little Chute work, 
and the amount already expended : 


168660 Gubic yards excavation common earth, 20259 20 
20205 Mur e e cemented *“ 12527 10 
10000 ds ne " rock, 9000 00 
136950 € ‘embankment, 17803 50 
350 e * — Puddling, 143 50 
1000 N *' Protection wall, 1500 00 
8140 Y * Dry wall in lock, 12210 00 
890 i " Hydraulic masonry, 4450 00 
18400 M Feet oak timber, . 3680 80 
9400 ud " pie “ 1316 00 
6600 Feet Bd. Meas. oak, 92 40 
160000 * “ n pine, = 2240 00 
38900 Pounds wroughtiron, T 5835 00 
36030 “ cast e 4503 75 
10000  “ spikes and nails, 1200 00 4 
Snubbing posts, 7200 ` 
Grubbing and clearing, 500 00 
Painting lock gates, 120 00 
Coffer dams, pumping and bailing, : 1400 00 
660 lineal feet of spar dam, 4875 00 


Total amount, 101727 46 


53 ` 


Dolls. cta. 

81107 Gubic yards excavation, common earth, 9782 24 
11406 “ be 5 comentod * 7071 Ta 
$3940 « " embankment, 6921 29 
8694 « feet timber, K 695 5% 
4Grubbing and clearing, 500 00 
Total amount for work dona, c 24920 68 
Deduct 25 per cent. f 6230 17 
‘otal amount of paymenta, 18690 51 
101727 46 

Amount neeessary to complete the work, 88036 94 


At the Kaukauna also the work is nearly completed ; the exca- 
yation and embankment for the sections of the canal, being almost 
entirely finished. The timber for the dam and locks is all on the 
ground, the stone for the lock walls nearly all excavated and de- 
livered, and the iron for the gates and other portions of the work 
prepared and ready to be put into the work. The iron to be used at 
the Little Chute has also been prepared at this place, and is inclu- 
ded in the estimate given below of the expenditures. The build- 
ing of the upper lock was commenced last fall, and will probably 
be finished in a few weoks. If tho work progresses as rapidly du- 

ring the coming season asit has during the past, there can be no 
doubt, but:that it will be possible to pass boats as far as the Little 
Chute before the close of navigation in 1853. 
The total cost of this work will be as follows: 


111260 Cubic yards oxcavation common earth, 18341 20 
19160 e " s cemented ** 11879 20 
14691 e di " rock, 13131 90 
86590 — '" Y embankment, i 11248 90 
> "482 t ** protection wall, 11223 00 
10360 ll “ dry wall in locks, 16290 00 
1588 e * hydraulic masonry, 7690 00 
23735 Cubic feet oak timber, 4747 00 
3600 u u ping * 504 00 
8480 Feet Bd. Meas, oak, 119 52 


140000 “ “ u pina 1960 00 


83860 pounds wrought iron, 
48000 té cast tt 
10000  “ spikes and nails, 
Bnubbixg posts, 


Coffer dam, pumping and bailing, 
Grubbing and clearing, 


Painting lock gates, 
"00 lineal feet of spar dam, 


Total amount, 


Dolls. cts. 
8084 00 
5760 '00 
1250 00 

108 00 


2100 00 
600 00 


be > 180 00 
4500 00 


114616 73 


Estimates to the following amount have been audited and allow- 


ed: 
101262 Cubic yards excavation common earth, 
18166 t a cemented '* 
11791 TE se = rock, 


76529 ‘“ T embankment, 

7182 i * pro ection wall, 

1392 s * .dry wall in lock, 

533 s * hydraulic masonry, 

16264 Cubic feet oak timber, delivered and in work, 
70985 Pounds wrought iron s e. u 
20000 “spikes and nails € 

Grnbbing and clearing, 

Coffer dam, pumping and bailing, 


Total amount for work done, 
Deduct 25 per cent, 


Total amount of payments, 


Amount necessary to complete the work, 


At the Rapide Croche the following sum 
the original contract, with Mr. Maynard: 


10187 Cubic yards excavation, earth, 
9724  " = A rock, 
13160 “ * embankment, 

600 5 * puddling, 

615 N * protection wall, 

19 s * hydraulic masonry, 
2980 Cubic feet oak timber, 

40384 “ “ pine * 


Dolls. cta. 
12151 44 
11262 93 
10611 90 
9948 TT 
10778 00 
2088 00 
2665 00 
1578 64 
1882 05 
2000 00 
500 00 
350 00 


71796 72 
17949 18 


53847 54 
114616 72 


60769 18 


was expended under 


1120 67 ` 
1702 50 
1579 20 
150 00 
1537 50 
90 00 
445 00 
6048 00 


82160 Feet Bd. Meas. oak, 
30000 ©“ & n pine, 
5360. pounds wrought iron, 
2900 * east e 
1000 spikes and nails, 
Snubbing posts, 

Grubbing and clearing, 

Coffer dam, pumping and bailing, 
Painting lock gates, 

Inserting valve gates, 

Brush dam, 


ce 


Total amount paid to contractor, 


Cost of valv "gates and transportation, 


Total amount, 


Dolls. cta, 
1282 40 
420 00 
648 20 
290 00 
120 00 
4 50 

50 00 
1600 00 
20 00 
40 00 
2800 00 


18697 87 


re qr 


425 90 


19123 47 


After Mr. Maynard’s contract had been accepted, a portion of 


the brush dam was carried away, and an unsuccessful attempt 
was made to repair it, the expense to the Improvement being 
As the bed of the river however was of such a char- 
acter as to preclude the possibility of building a permanent brush 
dam, it was decided to replace the original work, with a spar dam 
This has accordingly been done and some 
The total cost of this ad- 


$2732,28. 


bolted to the rock. 
necessary repairs made about the lock. 
ditional work will be as follows : 


810 Cubic yards excavation of earth, 
182 ' protection wall, 
2577 Cubic feet pine timber, 

3360 Feet Bd. Meas. pine, 

1375 Pounds wrought iron, 

540 Lineal feet of spar dam, 


Total amount of payments, 


Amount necessary to complete the work, 


The sum of $43,945 has been expended during the past summer 
in repairs. The sum of $1688,97 has been expended for removing 


Dolls. cta. 
87 20 
1178 00 
386 55 
47 04 
206 25 
4050 00 


5900 
4200 
1700 


04 
08 
01 


55 


boulders from the bed of the river below the lock at the Rapide 
Croche, and for the change made in the lock at Des Peres. i 


In order to perfect the navigation of the river between the 
Rapide Croche and Des Peres, the construction of a dam and lock 
at or near the Little Kauakauna, appears to be necessary. In the 
low stage of water, which always occurs at the busiest season of 
the year on the river, the navigation between the Little Kaukauna 
at the Croche is extremely difficult and hazardous, and there is 
not a sufficient depth of water at the entrance of the lock at the 
latter place. The cost of this work at the prices stipulated in Mr. 
Martin's contract is estimated at $179929,99. 


The sum of $2556,08 has been paid for the right of way and for ` 
damages to property at the Little Chute and Kaukauna. 


From the examination made last summer of the Wisconsin, 
it would appear that the most practicable way of improving the 
navigation of that stream, is to contract the channel, wherever re- 
quired, by means of brush dams connecting the numerous islands 
with each other and with the main shore. .À number of these 
are already in course of construction; a detailed account of them 
will be found in the report of the Commissioner, in charge of this 
part of the Improvement. ; 


The following statement shows the amount for which warrante 
and scrip have been issued since the commencement of the work: 


Dolls. cte. 
Portage canal, locks, bridges &c., 69753 9Y 
Improvement of the Upper Fox, 27185 16 
Locks and canal at Grande Onute, S 82469 0T 
E, pu * « Cedars Rapids, 25997 42 
e a & € Little Chute, 18690 51 

& «*  €&€ U Kaukauna, 58847 54 ` 
WS * '* Rapide Croche, 26105 02 
Amount St at Des Peres, and on the river aboye, 1688 97 
Contingent, including salaries, interest on serip &c., 40028 12 
Damages at Little Chute and Kaukauna, 2556 08 


Total amount, 298272 46 


The amonnt necessary for the completion of the Improvement . 
is as follows: 


Dolls, ct& 
Improvement of the upper Fox, 80000 00 
“ “u « Wisconsin, 25000 00 
Draw bridge Portage canal, 2600 00 
Amount required at Grand Chute, 64937 68 
« N “ Cedars Rapids, 14197 84 
u “ * Little Chute, 82036 94 
a a & Kaukauna, 60769 18 
^ “a * Rapide Croche, 1700 00 

u “ * Little Kaukauna, 17922 92 
Contingent expénses, 12000 0€ 
Total amount, 310564 55 


The amount that has been already expended on the Wisconsin 
River, will be found detailed in the rep^-t of Mr. Richardson, 
Respectfully se" rd, 
¿ni ANDERSON, 
Chief l:4gineer and Sup’t. 
Fox and Wisconsin River Improvement. 


